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DENVER NTT i'INT. 



nciosure 1282 . 


TREASURY DEPARTMENT 


WASHINGTON Feb.9,1904. 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHTHAND CORNER. 






Superintendent of Construction, 
New Mint Building, 
Denver,Colorado. 




Sir: 

I inclose herewith, for your information and the files of 
vour office, a copy of Department letter of even datypiccepting 

^ * I 

4 ^ • * 

the proposal of James A.McGonigle, in amount two hundred and 
fifteen dollars (# 215 . 00 ), as an addition to his contract for the 
completion of t he^ building in your charge, for placing hatchway 
and two wall boxes in engine room in basement; and you are hereby 
authorized to certify and issue vouchers for the '.or ., a? re¬ 
quired by the terms of the contract and the printed "Instructions 




to superintendents", payment of which vouchers the Disbursing 
Agent has been authorized to naKe from the appropriation for 
Mint Building, Denver,Colorado. 


Respectfully, 


Sf r 




JSS 
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Philadelphia, February 10,1904. 

% 

Mr .Lee Ullery, 

Supt.Construction, New Mint Building, 

Denver, Colorado. 

Si r: - 

Complying with Jhe ■ request contained in your letter of the 13th 
U-tirao,we have to state that we will change the ash hoist at the Mint 
Building, Denver, Colorado, so that it will discharge toward the south 
instead of to the west, as at present, make the necessary changes in 
trie concrete foundation,iron work,etc., for the sura of ONE HUNDRED AND 
FIFTY DOLLARS (#160.00). 

We have also to state that we will move said ash hoist four feet 
to the west of its present location and make necessary changes in 
foundation,pit,etc •, the hoist to discharge towards the west,as at 
Present, for the sun of EIGHTY DOLLARS($80.00). 

Respectfully, 


(Signed) S.Faith & Co., 
Metzger# 


Telephone Qonnection. 


all CONTRACT8 AND AGREEMENTS ARE CONTINGM PON STRIKES, 
ACCIDENTS. AND OTHER OCCURRENCES BEYOTO b CONTROL. 





/, ' JFOK , 

o J^am X //of}iufc r/fe<f/i7tj /- 
/*/rzni/>iii(f & V enff/ctfjn t/ ^ip parjif t/S' 




THE WITHER SPOON BUILDING. PHILADELPHIA 
PLUMBiNG INSTALLED BY S FAITH A CO 


' v3 


2427-33 Pennsylvania Avenue. 

r '(buNTRY Work Promptly Attended To * - 

Feb. 8th, 1904. 





mwsfw/z 

Ur. Lee Ullery, 

supt. of the U. S. Mint, (new) 

Denver, Colo. 

DCar Sir:- 

We hereby enclose a copy of a letter received f»oa the 

m ^ m +V ,^r -rp-fer to is for time their man was 
Linn Belt Mach. Co. The bill they refer to is 

delayed in his work awaiting data fro, Washington, as to position of 

elevator and they insist upon our paying same. Kindly advise us if you 

+ , t fo v us if not write us a long letter explaining your 
will pass tnis tor us, j ~ l * w - v 

<5Qi*isfV LinX Bolt licicti# Co# , 
reason for not doing so, so as we can satisfy 

Awaiting your reply te remain. 

Yours respectfully, 

^ - 

^_ -%/ -yP / ^ ' \ 

B.R./O. 

•Replying to yours of Jani 25th. 

. Ml for *83.00 Which we have rendered you and 
Regarding bil for »«». 

h«ve to say that our bill was not a oap- 
which you object to paying, we have 

o tone is simply this:- we were to erect the machr 
rioe. Tne position we tak- 

,„ instructions. We did not know the government in 
inery at Denver on your i- 

,, n „ thP receipt of your instructions to send a man to 
the matter at all. On *■ 

, „ o„v.+ to assume that you meartt what you said and that 

Denver, we naa a r 













Telephone Connect,on. 

I ALL CONTRACT6 AND AQREEMENT6 ARE CONTINGENT UPON STRlKEb, 

ACCIDENTS, AND OTHER OCCURRENCES BEYOND OUR CONTROL. 



* ('AL //of~jfc/fer‘//ea/ fFif /• 

P/r/nMnf/ & / (‘n/i/fi/inf/ ii/j/Mrfj/f/y 

Qf f 1 - 2427-33 Pennsylvania Avenue! 

. * -^ 

''-Country Work Promptly Attended To ■ 


THE WITHERSPOON BUILOIN6. PHILADELPHIA 
PLUMBING INSTALLEO BY S FAITH A CO 


PHILADELPHIA 


THE UNITED STATES MINT, p it'> A , D A L ^ CA1TU . ^ 
HEATIBG.VENTILATING Be plumbing IN3TALLEO BY S faith A CO. 


WrtWy/, 



K/Y> 




we might expeot to charge you for his time. When he arrived there he 
was informed "by your representative that he cou ~d not proceed with tno 
worK. until you got certain information from Washington. This was cer¬ 
tainly no fault of ours or our man and the $88.00 represents his time 
while he was waiting for the instructions which should have been given 
him immediately on his arrival. We are free to confess that we fail to 
understand the position you take in this matter, being contractors and 
no doubt having frequently been on the same position as we are. If you 
will kindly refer to our contract, you will see it is made specii 
and to you and accepted by you, and you are the only ones we know in 
in the transaction. The terms of payment are provided for and we have 
already waited until the amount is very much Past due, and we must res¬ 
pectfully insist that the terms of the contract be lived up to, not 
only in the matter of payment of the balance of the contract but that 

our bill of #88.00 be allowed. 

Very truly yours, 

D. Y. williams. 


Treasurer. 
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TREASURY DEPARTMENT 


W*Wlb Inclosure 1503, 

• ^ ^<y j //Aj // * 


WASH INGTON y e b . 13,19 04 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Jrx*> 

P 25 


Superintendent of* Construction 


New Mint Building, 
&$k'Ao Denver, Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
oi_ ice, a copy of Department letter of even date,accepting 
the proposal of S.Faith & Company, in amount sixt* r -seven dollars 


($67.00), as an addition to their contract for the mechanical 


equipment of the building in your charge, to substitute rubber- 
covered, in place of slov,'-burning,weatherproof wire, in and on 
boiler room ceiling;and you are hereby authorized to certify 
and issue vouchers for the work, as required by the terns of the 
contract and the printed "Instructions to Superintendents", payment 
of which vouchers the Disbursing Agent has been authorized to 
make from the appropriation for Mint Building,Denver,Colorado. 

You will note the rejection of the said company's proposal, 
in amount two hundred and forty-seven dollars ($247.00), for cov¬ 
ering feeder conduits in boiler room with metal lath and plaster; 
and you are directed to obtain from the contractor for the com¬ 
pletion of the building a proposal for this work,and to forward 
the same to this Office with your definite recommendation. 



Respectfully, 



Acting Supervising Architect. 


if 







tin-- yi. s.roith ft no., 

rt 5455? p»nn*«rl»«ir,tn Avenue 


L904, 


Gentler «r: 


in u«r of the an* T^, mn ^xu>n contain*, 

in 1*U« of ih. m inaunt, fror th . or Conttroe . 

Uan °* **” *** uitt * Con**-, Colorado, vo.it mw „i, 

aatt:; t.Ho 30th ultlr,o, in anownt *l*t?-*ovttn holism (#67, oo), 

•lR heresy accepted, a*> art addition to your contract dated jurist 
Vl J C8 fo* the tt*ohft*U44l equipment of th© aaid building to 
R toHit.ivO rt\i.j* ♦»>«*o©way*,*.-i > in p&a©o of alow-burning,was tho.r- 
i o• J. wiro, in mv 1 on boilor roor* coiling, a public ©xi&^ncr 
requiring thX$ ©hang** in th*$ wor . 


It if* urrior^tooi and agreed that file acceptance la 
nc^ to affect tv* tifria for tie co: T lotion of the worK a* required 
^ teyrrui of tr our contract; that the t< aw© i>* without pr-^u- 
flco to fk.:y.r fuid. u.i.i Tl£'h t*“ of the United States thereun'l^r’i^p.d 
Without prejudice,al*© # to an? and all right* of the United 


tho auratioa on the bond executed for 1 10 ^al*.h- 


,u ^f ;ifiiir,wnt of th# contract* 

Your proroaal, in amount two hundred and fertv^.ven 


^tarc (fj547* oo ) # for cowerins feeder conduit* i . 

* K , , . „ icv wtirirtte'L the «»r;e being doorad 

’ ** tnetai ihth Ha planter# # 

^ Of thi» letter. 

Pleat * «<rtino*l*is* 


J t 0 

.. * i 


iiefr^ect/ Ji b 

ACtin? Pacretar^. 


P, 



«£IHT. 


Inclosure 1281. 


TREASURY DEPARTMENT 


WASHINGTON Feb. 9,19 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New Mint Building, 

Denver,Colo. 


Sir: 


I inclose herewith, for your information and the files of your 
office, a copy of Department letter of even date,accepting the pro¬ 


posal of James A.McGonigle, in amount one hundred dollars ($100), 
as an addition to his contract for the completion of the building 


in your charge, for certain furring in the basement corridor; and 


you are hereby authorized to certify and issue vouchers for tte 
nor :, as required by the terms of the contract and the printed 
’’Instructions to Super in tendents", payment of which vouchers the 
Disbursing Agent has been authorized to make from the appropria¬ 
tion for Mint Building,Denver,Colorado. 



Respectfully, 




■ iW.i ' All ■ 




\ J'lruir: Ai&Q'tOtii.t;Xa, 

:n:v >j.xr*t B'Uu\u, ., 

' •••> »* u", .ornio. 


c| **• 

V * « 


In ▼ifsvt of t?v* *toVwwnt and yooor^n&ation eontninoft in 
x u*? of th** tmh ul%tern, tr ov th* s??p-/rXnt*nd*nt of construction 
of I'lftt ?n. iding:, *^nrf!w # coior^do, »m* \n a cordanco with 

t'-s n. ro*"v L of Vii# D^i/^yd^-^nt # 70 ur p*opc ,, nI, d*t«*d Vi ■ ■ " v t,-. 

o t In oround or.*? hundred doiio?# (|i .. ’, $9 ftoyafcy §#• 

<!•■. t; *>-. V-. <i ution to 7(;ur contract d«io»d audii- t 8% v90;!, 

tV- tc-i wr'M-'tlon of ido v.**iiVtlng, a public vrlcwiy r* cii»lnr 

i’i > 1 •••Hj.vd.-s ^'irforrane * of tn -3 to 10 certain r.r^i: ;. in 

* 

f .o : 4 -r^rri «V*t vU 

It if ‘ind ,, ^- r “tood ond ftKP^ci that th.vtf a^-o^-tan^c 1 - • " 4 * ^ 
n y,%c>t, t.u? vi >r -^ for ti* oor.pi»tic»n of Vi# *or*c a* m i.*ir >. •'. t*® 
t«n of yo»r tha «**» ifi * itnottt pro.nric* w * ny 

Wrt r;U ricM „ 01 tft« »» 1 *K «*»*• tf»*ra<«n 4 w; an* ‘' J ''’- 1 ”- 

wo , to any te au tisnia of th» 9»IU* ?*»» K*in»t the 

. . frr thn faith;ttX fulfililTObt 0 the 

^ix* ai* 5 ia on the rond «jr*#ut‘-d ^ * • 

1 

eo^xnoV. 

to receipt of thi* x#uer. 

PUttW* j 


?. 

[* J 

JSS 


£r 1 ARta r ‘t ?OOT*:>t^T*”. 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction, 
Her Mint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date, accepting 
the proposal of S. Faith & Co,, in amount one hundred and thirty- 
t.:o dollars ($132.00), as an addition to their contract for the 
mechanical eq- ipment of the building in your charge, to change 
t'.e run of the 5" cast iron soil and the 4« terra cotta waste 
Pipes at the rear of the building; and you are hereby authorized 
to certify and issue vouchers for the work, as required by the 
terrs of the contract and the printed "Instructions to Super- 
lRten'te„te.,p87ff.ent of Muon th „ D1 » burslng w ^ 

•utaorl.M to m, tne appropriation for Mint Building, 
Denver,Colorado. 

Respectfully^ 


JSS 










5 .faith ^ Co., 

”«-ui«■»*■ ivp-'• ? Q A 

p»h ?<*,> i 11 Avoniw 

NUrw- 


10, l:J0*‘. 


Iri vie* or the ntstnmant «,m v. 

in !«*„ or Mcow- # n<taUon contain 

X>s .V ■'V“2r OX lif* %*' i 4 

. _ ' U p ’ tTon - t>10 Superintendent or con- 

Bjtruc .xon of the ne ; * i ri u. n 

i . U wl ^,^nvo P ,color*do, and m , 0 _ 

C ,^„ «•*** ww mpwovax « vue i»panrni, your prelaw, 

« <*- J i ry ?t?.,Xs- 04 , in amount om» hundred and thirty-two rtol- 
Blara (n?p.. oo ), in horehy nocepte-t, as an addition to y 0 ur con¬ 
tract dated Aupuat 9,1908 for the mechanical equipment or tie 
f t f m ii ui.i Ti£, t to change the run oi the 5 ” e$«t iron aoti nn i t m 
4 tt terra cotta w*r- *.« pipoe at roar of buiMlns, in nccoMunco 
vith the t«rr;» of your propcnnl, nn*i to the rot.infection of the 
toporinten'lent, a public exigency requiring the changes in tn* work, 
on account o< the City row. or beinft hifher than reports t>y t.o 
City Kngiiv**?r »t the tit.o the ror^ whb in.L 1 out. 

It if? uni erf too /1 en <1 ayree«i that thi« acceptance i» not 

to effect the tire for the completion o.t tnr rfork r^ ju.i ^ . o/ 
th/< h of your contract; thnt the without pr-n i .ico to 

%V wU ri( . ntf , of tio united States tnoroundersand without 
>f«J«<ilce,ai«o, to any and aU rifnts of tn« »nlt«d states arainat 
J« on tne bond executed for the fnithfui fulfUirent of 

! 00 "trftot. Me „iBt of this ietter. 

Pina.' s acKnowlodfO tne 

Reepectnilif# 


t. 




deaietant ' " ‘ 


DKEVSR.IEW mutt. 



• N REPLYING,QUOTE UPPER INITIAL. 
RIGHTHAND CORNER. 


treasury department 



WASHINGTON 


February 12, 


O 


1904. 


Superintendent of Construction, 

U. S. Mint (new), 

Denver, Colorado. 

Sir: 

In reply to your letter of the 6th instant, relative to 
the status of Inspector Saville, recently detailed to your build¬ 
ing, you are advised that the Inspector is to assist you in giv¬ 
ing proper supervision and inspection of the work incident to 
installation of the plumbing, heating and ventilating, hoisting, 
and lighting systems, the same as Inspector Thompson formerly at 
the building, and that his presence there does not in any way 
relieve you from the care and responsibility for that work. As 
previously advised, the Inspector is c-o submit to uhis Uxiice, 
through you, weekly reports on the character of workmanship and 
material supplied, and progress made in the work. These reports, 
if they meet with your approval, should be checked by you before 
transmission to this Office. Should they he at any time and 
in any manner at variance with your .Judgment, you should withhold 
approval of same, submitting instead separate reports in the 
premises, stating specifically wherein the Inspector's statements 
or recommendations are not concurred in; the Inspector's reports 

to be forwarded in such cases without your check. 

Respectfully, >; 

*§3p eTv'i siiig-^rcihit e e t. 




— 




IMVKR, MEW MINT. 



treasury department 


WASHINGTON Feb. 17, 1904. 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


R0RWARDI1TG. 


Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado. 

Sir: - 

I have to acknowledge receipt of your letter of the 12th 
instant, relative to copy of drawing? lies. 31-A and 248, and 
you Eire advised that a copy of each of these drawings is for¬ 
warded herewith, under separate cover. 

Respectfully, 






Supervising Architect 




key. 



(PRINTED HEADING). 


Le.ivemrorth,Kansas, February 17,1904. 


Mr.Lee Ullery, 

Supt.Mint Building, 


Lear Sir:- 


Denver, Colorado. 


At your request I submit the following bid: 

I will furnish material and labor and complete Storage 
Cellar at Mint Building,Denver, Colorado,according to plans for 
$7,885.oo. According to plan brick arch construction, $8,285.oo. 


Yours truly, 


(Signed) James A.McGonigle. 


THE 


RICHARDS * COHOVBR HARDWARE 


10 

COMPANY. 


(printed heading). 


Kansas City, M o., 


February 12,1904. 


Mr.James A.McGonigle, 

Denver, Colorado. 

Dear Sir.- 

The makers of the hardware for the Denver Mint Building 

Sta * P ° SltlV8ly that U wil1 be ne °9ssary for them to have the 
information regarding where the knobs for the bolts on the double 

doer:. Will be placed,that is, the heights from the floor,as it is 
necessary to have this information in order to make the goods up. 
We also again call your attention to the fact that the system of 
roaster keys must be known by the makers before the locks can be 

made. The delay in getting this information will certainly delay 
the goods longer than you desire. 


Yours truly, 

(Signed) W.B.Richards. 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


// 

treasury department 




(//■ 


WASHINGTON Feb. 16, 1904. 


Superin tendent of Construction 
Hew Mint Building, * * 

Denver, Colorado. 


Sir:- 


I have to acknowledge receipt of your letter of the 12th 
mutant, relative to the placing of T irons in certain base¬ 
ment window sash at the building in your charge, and you are 
directed to obtain a proposal in the nature of a deduction for 
omitting these irons and forward it to this Office with your 

definite recommendation, upon receipt of which prompt action 
will Be taken. 


Respectfully, 



r ■> 

Supervising Architect. 


KCK 



DEHVER, ITS7* MTST. 


I 2 


TREASURY DEPARTMENT , ?!?■<?(' 


Washington February 17, 1904. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


(1HC10SUKE 518) 
(FQRWARDIH8) 


Superintendent of Construction, 
United States Mint (new) 



Denver, Colorado. 


Sir: 


There is enclosed herewith, for your information and files, 
copy of Office letter this day addressed to S. Faith & Co., con¬ 
tractors for the mechanical equipment of the building for which 
you are Superintendent of Construction, transmitting one copy 
each of drawings E. W. £66, E. W. £67, and E. W. £68, showing 
modified details of back connections of switchboard panels, super¬ 
seding drawings E. 7/. £56, E. W. £57, and E. W. £60, respective¬ 
ly* as per Department letter addressed to them under date of 
the 5th instant, copy of which was duly forwarded to you. 

A set of the new drawings is being forwarded to you under 

separate cover. 


Respectfully, 




7 


Supervising Architect. 





TREASURY DEPARTMENT 


ES.ETV KIET. 
SBP 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


WASHINGTON Fernery 17, 1904. 

9 


(FCRWlKDIIiO) 


Messrs. S. Faith & Co., 

/ 

E4B7-33 Pennsylvania Avenue, 

Philadelphia, Pennsylvania. 

Gentlemen: 

As per Department letter addressed to you under cate 
of the 5th instant, there are "being forwarded to you under 
separate cover one copy each of drawings E. W. 266, £• 267, 

and E. W* E68, showing modified details of hack connections 
of switchboard panels, in connection with your contract for 
the mechanical equipment of the United States xuini (new) at 
Denver, Colorado, said drawings superseding drawings E. W. 25b 

K. w# 257 and E* V. 26tf, respectively. 

He apect fully, 

(Signed) J. K. Taylor, 

Supervising Architect. 





































































































s. iV. OLCOTT, PnicsiDttNT. 



ESTABLISHED 1858 . 
Incorporated 1901 . 


PHONES- \ BELL TYLER 655 ‘ 
PHONES. ) kINLOCH D- 2070 , 


j. SPRINGMEYEH, Sect * Trkab. 



■ ^Cabinet 
Finish. 


V -Storjel 
FIXTURES,* 


^UFACTU^ 


sashTdooRS-Bl^V 

mouldingHT^ 




^roadway Planing Mills ^ 


Mr* I.oo Ullery* 

Supt • U.S. Mint Building. 


St. Louis ,-Feb ruar y IBtiu * 1904. 


Denver* Colo.* 


Dear Sir. 

Mr.Strickler who has charge of the U.S. Goverment Build¬ 
ing at the Worlds Fair called on us last Saturday and looked over the 
Mill Work for the Denver Mint Building and was pleased with the work and 
the progress we are making* he suggested that we write you and ask if 
you wanted the top member glued on the plate here* we enclose sketch of 
the trim by leaving the top member off on the sides and head will allow 
for nailing on the plate first»then nail on top member* we have it all 
finished and expect painters here at once to fill and varnish* please 
answer early* 

Very Respectfully* 


Chas. A. 01cott Planing Mill Co•* 























(Kd. 4-10-1903—250,000.) 


N°. 1>. TREASURY DEPARTMENT 


POSTALTELEGRAPH 



COMMERCIAL CABLES 


H. »«««, 


NIGHT TELECPAU 



— stal Telegraph-Cable Com pany (Incorpo rated) transmits* and deliver* Ik 1 * te,a " ** TKNT no- soaea. 

- ~ " essafle s " tiecl 10 » - — - -. 

i— E^^nd^ranmer ^n^ TB^T Tr^^Zr 





x 49°)» 


Leavenworth, Kas, Feby 82 nd. 


It-. Lee diary, Sup't. Mint Bldg., 


Denver, Colorado* 


Please send to my.address blank voucher. 

James A. McGonigle. 
946PM. - - - - ■ 















PRINTED HEADING 


Leavenworth, Kansas, February 24,1904. 


Mr.Lee Ullery, 

Supt. of Mint Building,Denver, Colorado. 

Dear Sir:- 

Your letter of February 20th asking what deduction I will 
make if the T s for 14 windows in Basement story are omitted,receiv¬ 
ed. 

I will make a deduction of 510*oo from my contract. 

Yours truly, 

(Signed) James A.McGonigle. 


Leavenworth,Kansas,February 24,1904. 

Mr.Lee Ullery, 

Sunt.of Mint Building, Denver, Colorado. 

Dear Sir:- 

Yours of February 18th asking for bid 6" terra cotta par¬ 
tition in attic story,received. 

I will do the work for $30.oo. 

Yours truly. 


(Signed) James A.McGonigle. 


DENVER, NEW HINT . 



Inclosure No. 452* 


Superintendent of Construction, 

New Mint Building, 

Denver, Colorado. 

Sir:- 

There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, relative 
to samples of hardware submitted "by the contractors for the 
completion of the "building in your charge. 

Respectfully, 



KCF 



wmm t 9m 7, x^t » 


M* 1004 . 




Hr» Jam# A* ^eOenigle, 

Hew KSnt Gliding f 

Denver * Colorado * 

Cir;~ 

l have to acknowledge receipt of your latter of the 17th 
instant, relative to e of hardware which 'cu state that 

you submitted for approval In connection with your «<m treat 
for the ooaiislet lew of tho new mint build! ® at T^wer, Colorado, 
and you. are adviced that ae the Hat of hardware mentioned ap¬ 
pears to cover that f>reVlou#Xy submitted by you* and upon which 
aot i on has been taken on fin^te&ber » i.^03 and ^©va&ber 1~ f 
l?W , It is not under*t#o* why they should he reeuteitted* 

r 


Respectfully, 






tu* •« nri k i ng Arch i t uc t 


X 


DENVER NOT MINT. 



IN REPLYING,QUOTE UPPER INITIAL, 

RIGHTHANO CORNER. 

Enclosure 661. 


i 



TREASURY DEPARTMENT 

WASH I ngton February 24,1904. 


Superintendent of Construction, 
New Mint, 

Denver Colorado. 

Sir: 


Enclosed find copy of a report dated the 15th instant, 
as the result of an examination at the shops, of the interior 
finish work for the building under your charge. 

The report will explain itself, and noting the statements 
therein as to the dividing cf certain members, your attention 
is called to the provisions of the specification which require 

that" all workmanship to be of the best known to the different 
trades." 


Respectfully, 





supervising Architect. 






Office of 

Superintendent of Construe tion, 

-uiluings, La. Purchase Exposition 
St. Louis, Ko., February 15, 1904 


" rie Supervising Architect, 
treasury D epartwent, 

Washington, D. c. 

Sir : 

In compliance with the instruction, contained in vour 
iett'T (3.) dated the 13th ultimo, I ha-e to report th. t a 
-ieit was recently made to the qharles a. Olcott Planing 
Mill C W i, establishment, where an examination was made 
of certain interior finish being prepared under a contract 
'with Jane a A. McGonigle for construction of the Hew Kint 
Building at Denver, Colorado. 

aiie \iOi 4c examined consisted of certain interior finish 
for the first, second and attic story*, and was found to be 
1's.ir.y satisfactory. The method of dividing certain maiai ers 
w: ri not in all crises such as I should prefer, though from 
the inferna ion at hand it appears that ^emission has been 

a 

given the mill to do this work as judgment night dicta -6. 

?_ie sketch below will illustrate one point observed, 
this connection it may be stated that I am of the o; inion 
much better results would obtain if the division cf these 


l’* rty were shovm on the full siza details, or otherwise - 

tue contractor to submit for approval such jointing 
he may desire to use. 

"" iie reports that certain of the doers will he 

ready for examination in an out ten days or two weeks* 























CH&YMNlfi. 



TREASURY DEPARTMENT 



Washington February 25,1904. 


IN REPLYING.QUOTE UPPER II 
RIGHT HAND CORNER 


i. QUOTE UPPER iNtflAL. 


CORNER 


(ENCLOSURE #724) 


\ 


The Superintendent of Construction, 


U.S. Mint Building, 

Denver,Colorado. 


U.S. Mint Building, 


Sir: 


For your information and guidance in the inspection of 
certain ornamental iron work to be supplied in connection 
with the U.S. Public Building at Cheyenne Wyoming, there is 
enclosed herewith one print each of contractor^ shop drawings 
Nos.l2& and 129. 


Respectfully, 






B. 




4 


(PRINTED HEADING). 


Philadelphia, February 26,1904. 


Mr .Leo Ullery, 

Supt.Construction U.S.Mint/New), 
Denver, Colorado. 


Dear Sir:- 


Replying to your inquiry of February 8th,asking for price 
for installing flush instruments on switchboard for the U.S.Mint, 
Denver,Colorado, would advise you that we propose to install the 
following instruments: 


2 recording voltmeters 

2 " ammeters, 

1 total light " 

1 " power w 

3 general panel " 

2 ground detectors, 


substituting flush 
terns as specified 
LARS ($725.oo)• 


type 
for the 


of instruments in lieu of the regular pat- 
sum of SEVEN HUNDRED AND TWENTY FIVE POL- 


Relative to the above, we herewith give you a quotation fron a 
letter received from the manufacturer. 

"We note that you state that you think your customer will be 
obliged to. return these to have then changed for flush moun- &• 
have never made any of the ammeters of this range in this 0n _ 

do not know just how we can arrange to do so without maKit, « mak0 
tirely different design, and consequently would not be , 1 i t " ters in 
a price at this time on such. While we can make Noe v - , ils0# we 
this style,we have not as yet any regular design for sa*_ wi ii 
vould prefer not to cut such large holes in the pane- 
greatly weaken them**. 

. -^0 regain 

Awaiting your decision as to the above es- inn> * ’ 

Yours respectfully* 

(Signed) S.PHitn *0o.. 





IN RE PLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado, 

Sir: 

I have to achnovPledge receipt of your letter of the 16th 
instant relative to partition in Weigh Cleric’s room, in the 
building Tinder your charge, indicated on drawing #125, and 
there is inclosed herewith a drawing showing certain changes 
from the arrangement required by the contract, and you are 
directed to obtain a proposal based thereon, and forward it 
to this Office, as soon as possible, with your definite recom¬ 
mendation. 


Respectfully, 



HU 




M JTI1TT. 



2 ? 



TREASURY DEPARTMENT 


WASHINGTON Pet. 29, 1904. 


IN REPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction 
New Mint Building, 

}c? Denver, Colo. 



Sir:- 


I have to acknowledge receipt of your letter of the 20th 
instant, relative to "Live steam to gas generator" in fuel gas 
generating room at the building in your charge, and you are 
advised that the live steam pipe to new gas generator room 
should he run at ceiling of boiler room, ash vault, and well 
room, just through the wall of the gas generator room, in such 
a place across well room as will clear the hatch, or space re¬ 
served for same* The new line should be of 2" pipe with 1 l/4 n 
outlet about the middle of well room, and with end in generator 
room capped* and you are directed to secure from the contractor 
a proposal for the above work and a separate proposal for the 
omission of the live steam pipe in the trench to gas generator 
room, as called for on drawing H-80, and forward such proposals 
to this Office with your definite recommendation, upon receipt 
of which prompt action will be taken. 


Respectfully, 


kch 







"ilKT (K37). 


EGL 


|N REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


26 ) 

TREASURY DEPARTMENT 

Washington February 29,1904. 


The Superintendent of Construction, 
U. S. Mint (New), 

Denver, Col. 



Sir: 

Replying to your letter of the 25th instant, relative to 
doors for closet enclosures in the building for which you are 
Superintendent, you are advised that said doors in toilet ro owb 
3 and 4 should be provided with vertical center stiles, same as 
shown for aoors of other toilet rooms, making these four-panel 

doors. 


Respectfully, 





DENVER,lh/,7 mint. 



H REPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


2<f 

TREASURY DEPARTMENT 

Washington February 29,1904. 


E0RWAEDI1TG, 

SRCLOSURE-1583. 


The Superintendent of Construction, 

New Mint Building, 

Denver, Colorado. 

Sir: 

There is enclosed herewith for your information and 
files a copy of office letter this dry addressed to The 
Discoid Safe & Lock Company,and,under separate cover,approved 
■orint of drawing No.5400 for certain vault work to he supplied 
under the contract for the building of which you are the 

Superintendent of Construction. 

Respectfully, 



r 



Treasury Department, 

Office of THE SUPERVISING ARCHITECT, 



l K^CYiNG to THiS Lf. rTL* THE 
INTIALS IN UPPFw HIGMT-mAND 
MUST 5C T!IFCRREOTO. 


Washington, 


Je'aru'.rji 80,1004. 


Tfc© Biebold Safe & Lock Company, 

Canton, Cfeio* 

Gentlemen: 

Thz receipt of your letter of the £4tV* instant with print 
in quadruplicate of shop drmsring So,5400 for certain vault 
■work to be supplied under your contract in connection with 
tide Hew Kint Build! n& at Denver, Colorado; is hereby eeknov* 

t 

lodged, and in reply you are edTlsei t 1 m .t t»e sealing device 
as shown thereby k*?s been approved in lieu of that formerly 
^yfcmittod; one copy of the print boiits herewith returned, 

Xfc# Question of using forged steel for the pressure bar 
lousing® *i^ form the subject of a separate eo&irun!cation* 

Respectfully, 

M. 


J, K. TAYLOR, 
Supervising Architect, 


(PRINTED HEADING) « 



Denver, Colo., March 4th,1904. 


Mr. Dee Ullery, 

superintendent of Construction, U.S.Mint 

Denver, Colorado. 

Dear Sir:- 

,n View of the fact that an attempt has been hade by the parties 
(who have contract to set vaults E.P.and 0 in this Mint Building),to 
have such work done by non-union labor,and further conceding to you 
your full authority by reason of your office to say who may or may not 
be employed in this building, yet I most respectfully call your atten¬ 
tion to the fact that all workmen employed by the undersigned in the 
prosecution of his work has and are now Union men who absolutely and 
immediately one and all refuse to continue work on this builaing if 
any non-union men are allowed to work on it in any capacity. Hence,Sir 
you can readily see that all our work will have to stop if such is 
allowed,you yourself knowing well the conditions that obtain in this 
city and we hope we shall not be troubled or interfered with by tre 
use of non-union Mechanics if only for a few days work. 

Very respectfully, 

(Signed) Janes A.McGonigle* 


by C.Anderson, Foreman. 



TEI£P ..»= CWNECT,0N 


accidents, and other occurrences second "“our P mntIoi K 





THE UNITED STATES MINT. PHILADELPHIA 
HEATIHG.VENTILATING & plumbing installed BY S FAITH A CO. 


,)/o?/yyyA\'/fofH/lfcr//M//7iff. 

j4p para/u y . 

2427-33 Pennsylvania Avenue. 


TH |f. .^‘J HE £ - RSP00N Bu “-DING. PHILADELPHIA 
PLUMBING INSTALLED BY S. FAITH A CO 


Country Worm Promptly Attrnoro To ■ 





pm * Denver, Mferch 5, 


/^4. 


Mr*Lee Hilary, 

Slip t .Construction * New Mint Building, 

Denver, Colorado. 

Sir:- 

Referring to the natter of employing non-union men in orr 

I 

work on the Mint Building, or keeping our union men at work Jf non¬ 
union men are employed on iron work or other work in the building, we 
*113. state that, wo cannot do either and proceed with our work, and 
as wo are doing contract work at various places throughout the coun¬ 
try, we cannot afford to have any contest at this time with labor un¬ 
ions. 

Respectfully, 

(Sinned) ) S. f a /th / 












DENVER NEW MINT. 



- N REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury department 




WASHINGTON March 1 , 1904 . 


Superintendent of Construction 
New Mint Building, ' 

Denver,Colorado. 

Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proposal of S.Faith & Company, in amount eighty dollars 
(# 80 . 00 ), as an addition to their contract for the mechanical 
equipment of the building in your charge, for changing location 
of ash hoist,etc.;and you are hereby authorized to certify and 
issue vouchers for the work, as required by the terms of their 
contract and the printed "Instructions to Superintendents", 

Payment of which vouchers the Disbursing Agent has been authorized 
to make from the appropriation for Mint Building, Denver, Colorado. 

Respectfully, 



JSS 





OJESVJI »K* M*? 


i # u>04. 

■^/A. js«*aAVft * f -0*, 

Ox"* £nv*~inv*nrt*nt of Con«*motion, h** Hint BniVUnp, 
Danv^r, Coio^^o* 

In viz* or **iat«sp»*nt# contains in iclVir of Via 
iOtn uiiivo, fro* tft« fluparlntoiviont of constr iction of th?* n«w 
s int Builime, # Coicrnrto, rour provo^ i, of **ra 4*t* # 

•'» to ni- > in <*ro*ir«t Gif.ntr 4oii«ro ($ac* *•«)>, '• • v ’”^- f 
accept*'*# *• a» ^-'t-lition to vour contract <U.i'rt. Aufu»t '* t 
fo^* tn^s poohanloa i oqua of ton s>il*i tyuLViir.$, w 
h::i * % four f**t to Via w**t of it* *r*a«nt location,arr? t»K* 
c>i#'.g«« it, fonn<t*Uan,»it,<rt«.,li» sooor-iwno* with th« V»r»» of 

your yn^Mil, «v» to tho .»ii»fMtK>» of Vw 

pith 11 o <**if.»n«y r»<iMirlr.F. two ahwr.ghw In v»« worfc. . 

It i» twit-wwtoot snd wgroon that thi« woaoptwno* !• aot 

to Rffoot th« tiro .for th# sorplotlon of th« worK »* 'T 

to, tors* of W oontrootjthat tho *«*« 1. without »r»J««Uo» to 
** mti, , U rleht- of »» «nitod * to tor. twrwn-Wr-.nn.'t without 
P r* 3 *c»i#«,<»lM>, to «ny <mo »U risM* of tM ^twton wcwihwt 

tn, tnr«ti«* on ttw : onrt ,x»outoA for tr»* fsitni d 

of tHrt oontwct. tnrt roooipt Of thlw lottor. 

* a#sp^otfniiy# 


i^tar.t sacr^tary, 


A « 


? f* ^ 

O i v • . » 


J.BS 


DENVER, HEW JJTX2TT. 



• N REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury department 



WASHINGTON March 4 , 1904 . 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir:- 


I have to acknowledge receipt of your letter of the 29th 
ultimo, relative to a copy of letter dated the 24th ultimo, 
addressed to r. lames A. McGonigle, relative to hardware sam¬ 
ples, and you are advised that further consideration was not 
given to the samples referred to inasmuch as he submitted a 
second time all the samples included in the first shipment, 
upon which action had already been taken. 

Respectfully, 


KCH 




Sure -vising Architect 


v 


l 


DENVER* New MINT* 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Enclosure 1965* 



treasury department 



Washington March 2,1904^^ 


The Superintendent of Construction. 
New Mint, ’ 

Denver, Colorado. 



(y 

Sir: 


Enclosed find letter addressed to the office under date of the 
26th ultimo by the contractors for the mechanical equipment, &o., 
at the building under your charge, in relation to estimates of 
pajrments on account of the worxj and also copy of office reply 
thereto, this day* 

The enclosures will explain themselves. 

Respectfully, 






. Fob. 5th, 1904* 




3upefVis i ■.;j g’Tl' OQly 


Troosury department, 

Washington, D. C. 

dear Sir:- 

In answer to your letter of Feb. >J4 th, ?. B. W., Tould 

aivis^ you that ~e s^nt statement of Feb. BBnd, to your ;fi*ioe r to 
ohoT. t ou the amount of -vorlc completed at the U. S. Mint, Denver 1 / Colo 
am to call your attention to the manner in which ‘ r e are being paid. ’ 

> no good for ua to 0er.l our stateawr tendent o® 

Construction on the mil ding, as he ignores same, and as rre snould, 
aooo::*aiog to our contract, receive# far me .to ’hnn he has cessed uc, r* 


tav.e t!iis means of bringing it to your attention. Trusting teat you 


n 




v;ll attend to same, re remain, 








■ 




Yours respectfully, 

r . - / - 

• j ' > ' ' I ^ 












B. *./o. 






treasury department S 

WASHINGTON * * . ; 


lN REp/lNG.QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 


and QoaswwAjr* 

#0«34£? av« hu% 

?\ J i'&uwyjLvani** 

Sirs: 

5W£%»rr to - ••.'■ t it 'afftto v)oat;w4..iC4 L\ yuur latter af the 
Xf-tt. t&t&uo, in ral&ti^u to tu# uatjufci© of j,»> rdlJ^el ^ 

,u»* u*idor your uonirawt iar tae <Ktui ; Lic^t, < .;• * -t U:* 

iiov. , ic:t, •'X/lar ^.o t . uu i.T: ;* .i ?^y ;>t/» -r *ud<mnt 

of vori; *urtrmy *arji« *rould c cor to l’- Xi. «ic.'Ot‘ur>tuo» t. * 
tcrr*» of Uie contract, V>&s>:\& Of Uio vnlue of ©uftti t'cr.« » 
uarily in trl&ca oouplota* Pi^4fctn aus vou o u. only hz a v?r ~'*^- 
"t tii® vj&z fry t&* fflurwtiv« of th© oifio® i;- 

of In* work tuut point# 

In tii* snunnte by you wd*’ lfttc ®* ■■ utl 

*»* *t is. eoU 4 tiir.t oortnln itnc» rto ulv«a **i t\Vm& w * 

•ffi«* (baeisj if; \> >li«£ an tB* r«S«’^ » M * ii ii 

tuink Wtt m Wi4d ,, «>d U.ar.u’oro to» *'»* rW * b ^ 

'**'* to JM»y MtlMtw »*k9 oy *>* &i »wintjowat vji , v ^® 

6 ‘ *ia naiaw woro osti3i.’*»«ory t>™u£ «« ^ •tw-t- 

v y° u * w an ®via one© T^untt tuo gi^®rint ^ 
taa tonM «f your oontraot i» ^ ^ 

• irtnf*r notion on tii« part of tit* Oi-io® woula 8 t setter 

*t in nloo prop or to au&pwt. in ttti* oonnwU ^ ^ 

*^•411ion in tii« supply of /® ur work in ?1 ° W , i 

„• af tiid *ortf* tiU 

avo i( i aeluyin; t.,u ot-.or orw^-oo oi 


jjBllvsn. vm uiat* 


Moa*f> # 1904* 


ma Co*, 



to 1 nor*a«« tiie *»®unt of parents duo you in aooordonoo witsh the 
tsnsfi of your agrea&Hmi* 


A rov o: your ;at.x.sr of this reply &avo tiiis day been 
transmitted to tu«. Nip.ndat tr**nt -at tia® building for hia infor- 

mtion* 




DEHVER MII7T fUE’ff) 



IN REPLYING QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


treasury department 

WASHINGTON Inarch 2, 1904. 


Superintendent 

U. S. 



Sir: 


of Construction, 
Mint (new), 
Denver, Colorado. 


Referring to your letter of the 25th ultimo, relative to 
Li^e oil tanks to he installed at the building for which you are 
Superintendent of Construction, it is desired that you advise 
this Office when the tanks have been delivered and properly placed 
in position on their foundations. Filling must not be placed 
around or on the tanks until such inspection is made of the latter 
as may be desired by the Director of the Mint. 

Respectfully, 




•Supervising Architect 




d 





LL ad1/1 7- / ^ W- 







|N REPLYING, QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 


Or- 


treasury department 



WASHINGTON March 2, 


1904. 


Superintendent of Construction, 

U. S. Mint, 

Denver, Colo. 

Sir: 

There is inclosed herewith for your inf ormation-and the files 
of your office a copy of a report of the 1st instant made hy Mr. 

J. P. Bergin, Vault, Safe & Lock Expert, relative to progress of 
work in the construction of vaults for the building under your 
charge, as embraced in a contract with the Diebold Safe & Lock 
Company. There is also inclosed a copy of a letter this day ad¬ 
dressed to the firm named, which explains itself. 

If any of the preliminary work in this contract remains in¬ 
complete which would tend to delay the installation of the linings 
a nd vestibules after shipment, please report that fact to this 

wi ^h your view>_, and recommendation as to whether it should 

6e performed at this time, when the matter will he taken up with 
contractors. 


Respectfully, 



ect. 




jy 





treasury department 

WASHINGTON I 1903. 


|N bW YIHG.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


The $ujs<irvi6i'Tj AroM tc11 1 

ffHlW*y r cj t ‘. rt:.*«nt. 


AH 


Astin** mil 1 I tft* 5th mtins.i virtu* th 

tblf* af t •! rt & hi . 'lie IU i gt tfi txaagtaa int# 

jrrftjreas *i vault »t* rk ^nrler contract with that r*ry*ry frr the Derive^ 
.* * . t\.; irspcoiian. VftS agtitamisaa in the |«l«gyin 

if tint aaiu:->rr» i* here gaa* # eit. f *ta,* 1 nrlvN In V. eitf 
' ' f 20 t, r < ?i If %l i ? t S f>; hfU^ f ll e« 

w inu*< : t:l •/: ii if the 25th U%ft»i f 

*; a lit-« i o.t I\**iu : aras V • stcul easti^s fft* jfli.b sMeliis 

f '* * eastings fin thraahal4s arui bri . til si . : . 

weyu .■ iff «i:®h •■f,!i;• Hi.tl * i r»ly per feet eastings 

*UX *•*•**, 


iv* A " 1 - r - r vav7.tr.: - ->ll ir a fljret els 0 BAiai 
•fie?* C5n? tisir^'s was ts have t* 4> r. bigun en Uu L9th ulti&e. 
vm Jfy* •** 6^ befare the v silbults# Tht eeiiplstiea if the 

,s win mark the ttoe far chip; ir,£ eaah set and th* **** is 
that » nearly seen rate •. f 5. -t .. 


tt un hby * xp *** *• Have the v* Bits ? Uaiac* ?,r 2.«w F 

u ut4 ®* ri Pl*te fay final IKljf JnsjRfltia.n by t‘; > 1 i *t ? P 

'fhi !•: fey vaults 0, anu MtSUl fills* within y 
40 will n- rsquit*^ r ^r transportation an erection 

“*U *••*£ t* b* ftnishi l before «huie llt^ixt. The six 

■re bein%?** * n * «i#*r f*r the nln*r vaults in the toilaiik: 

•au • ,V^ in paint Hisfi* fhifi will b# r..vly far Atiwasat 

1 v ^^tiat but will be hex* m til vaults 4F«MI r‘-r.uy. 

try *®P°rtea untac j* &&<.«* af July ^ + 9 wait fer 

“>ir l W j#bs uri “* r w*y thAt th * ®« RWr lini V * U «t*v.nient t<* «»« 

(•pi, • . to* (Mix moe.rer riyy *52*11 »»* is 
»rtuJ*y w R«»y,»»|M« Which they h* •*»«♦!«♦*••• Jp* V niit» 

it. 3tt>f»eexs yt;D.aen&bie thwt cl- t.i* 1 

* *L S*' * * 

• *.v. WM «Mi*» 



No. 17. 


treasury department 




Denviiyiint, To Vac Supervising Ajvhitaot. 


P*i;o -2- 


\,ill uft ooinpletca in plae« before the + -h,#'. -m,.,-* 

next,they have not been able heretoforeto tlUne lr>th » 

•»««• *«■«• au r,r:‘ .r:i: a 

vestibule,the hoop has been hardened.and arrangements < 

b ”* u ‘ c '\ ' he 25t!l Dlti-e.This .vili be c«.pletea b*f,re the vestibule 
iT.a oe shippea at »n««;ta the fi*M ere* at w*ik.*r*«tinE The 

l A l a ^ lr } # “* r w« *- f ««» vestibule tala i,« that with all the helu L 
*an aavaiUateensly emplay »r. it th a «onstiueti»n of this vesti buW 
_w x occupy three r-Anths. This length mt tine,if it can be adhere to, 

2S*£lwi’ S f*^ iu “ i%T truuiP*»*aU.n and twU«,ml. indicate 
inp lotion of the Sltngt vault ps about August first,next. 

ine»i ^ Pr#grsss,as to material and workmanship,were exai - 

vice sin** i J^**^ 18 **^ of the shops, Nona of the material put in ser- 
sIpt» r ts was defective in any manner .and the workz*n- 

aystfcns in tae hi *- hes+ - *loss. This applies to tho several 

lata thei v n * two systems had yot been as: Lid 

* ta * lr Prt ^ r Plaocs in tho whole. 


Respect Ailw 


Vault,Safo and hock Expert. 




TREASURY DEPARTMENT, 

RECEIVED. 

MAR 1 1904 

Office of Supervising Architect 
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IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HANO CORNER. 


TREASURY DEPARTMENT 


WASHINGTON 


m*. s, 1904. 


liebold Safe ft hook Company* 

Canton, Ohio* 

QeatlCM&s 

/ttention is Invited to the contract with you for the supply 
of certain vaults for the C. 5. i:int building at reaver, Colo., 
*.ioh require© completion within 18 months from December 16,19Q£, 
the date of approval of your bond. 

From a report of an Inspector who haa recently visited your 
•hope, it appears that the construction of these vaults is in a 
backward condition and that ther ie probability of your failure 
to complete withinthe time specified. 

The office wiohoa to impress upon you that there ie urgent 
ncooetity for the completion of all this vault work within the 
tine provided for in your contract, end that it will be to your 
interest to employ the largest force possible end have these 
vault© installed oomplete by June 16th, next, especially in view 
of the provision of your contract for liquidated damages for each 
and every day’© dfclay beyond the time provided for. 

It i© requested that you will make reply to this latter and 
•tat© what action you have taken to insure the fulfillment of 
your agreement in all reepeots. 

Keapeotfully, 

(Signed) J. K. Taylor 

Supervi© ng hrehiteot. 



DENVER, HEW MINT. 



IN REPLYING, QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


52 

treasury department 



Washington March s, iso 4 . 


Inclosure Ho. 468. 


Superintendent of Construction 
New Mint Building, ’ 

Denver, Colorado. 

Sir:- 

-here is i„ elosed herewith, for your information and the 

" 6S ° f y ° Ur 0m ° e ’ 00py of Department letter of even date 
accepting the proposal of The Diebold Safe * Loch Company to’ 

su stitute forged steel for pressure bar housings required by 

ir contract for safety vaults and incidental work at the 

Elding in your charge, provided no expense is entailed there, 
oy. 


Respectfully, 

Jyf 3 

I 


KCH 



upervislng Architect. 

' 





r:: t :: r 


i'zrch 3, 1 .•■'■ 4 ♦ 


Bieboia Safa ft Look Coaj^any, 

Canton, Obi e * 

Gentleness: - 

r'QftrriW further to your letter of the 34 th ultimo, &m 
to yoxst requeat to sufteUtute forge* steel for pressure bar 
Hcu*ing» required by your contract .for safety vaults and in¬ 
cidental work at the new &int buildi og at Denver* Colorado, 
you arc advised that you will e permitted to -uk* such cha»-;« 
provided no aspenae Sc entailed thereby,a public cxirency re¬ 
quiring them* 

Zt i© understood and agreed that thi» acceptance is not 
to affect the tliras for the eeatpletlon of the entire work as 
required by the tarsus of your contracti that the eaia© i» with¬ 
out prejudice to my and all righto of the United States there- 
under* and without prejudice, also* to any and ell rights of 
the States against the sure tics cn the :>omJ executed for 

tho faithful fulfillment of the contract, 

Pleane rjrow?t'ly ae i**«l**#f resell of this le t«r, a 
copy of «hicU DM *»•» ***•"•«•<* t0 th * S#ptrtot*ad*nt. 

poapectfull » 


T ♦ 

ylr.p* 

*.c ' 


Assistant ’eorot&r ♦ 





im HI ITT 




TREASURY DEPARTMENT 


Washington March 4, 19C4. 


IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 
Mint Building, 


Denver, Colo. 


Sir: 


I have to acknowledge receipt of your letter of the 26th 
ultimo, relative to certain trim on corridor side of elevator 
door frames in "basement of the building in your charge, and 
you are advised that wooden trim to correspond with the other 
trim in corridor is required. "While cast iron would have 
been better, it is believed that, as the contract drawings 
indicate wood for trim and cast iron jambs, the cast iron can 
not be demanded for trim. 


Respectfully, 



KCH 





treasury department 


DElSTVEIl^jlEVir MINT. 



!N <EPLYINO.QUOTE UPPER INITIAL, 

Right hand corner. 


WASHINGTON 


.. s 

March 5,1904. 


Enclosure 1970. 


SUPer !ev, Min?' ° f C ° nstruotion . 
Denver, Colorado. 

Sir: 


Enclosed for your information find copy of a report dated the 
23rd ultimo, in relation to the condition of work under the con¬ 
tract with S.Faith and Company, for the mechanioal equlpment fop 

the building under your charge. There is also enclosed copy of 

a letter this day addressed to the contractors, in regard to their 
work, which will explain itself. 


You are requested to keep the record, therein indicated, as to 
the number of days delay for which the contractors are responsible, 
in order that this feature may be of record when the office is pre¬ 
senting the case to the Hon. Secretary of the Treasury at time of 
final settlement* 

You are also requested, on the 20th instant, to submit a report 
indicating whether the contractors have given effect to the demand. 


Respectfully, 



Supervising Architect. 



Office of 


Superintendent of c on b t rue t i on, 

u. s. Mint, Building, 

Denver, Colo,, February 83rd,1304. 


tr*,T .K.Taylor, 

Supervising Architect,, 

Treasury Department, Washington, D.^* 

Sir 

In conpliar.ee with instructions in Department letter (initial F. 
3.^.} c: the 5th instant, I have the honor to submit this my weekly 
report• 

R.Paith A Company,Philadelphia,Pennsylvania,contractors for the 
Mechanical Equipment of the Mint Building,in this city. 

Work installed: Plumbing all roughed in,except terra cotta stacks. 

(Tenting mains and returns completed. Heating plant generally,about 
30;? completed. 

Radiators all connected,except in basement. 

Boiler food pumps set- 
v acm?m pumps set. 

Peed water heater set. 

Blow occ tank set. 

Drip tank set. 

Kcononiser completed,oxc«pt pipe connections* 

Draft fan and stack set up. 

Coiner’s waste wa*er well completed* 

Welter’s * *» «* » 


Arteelan wall drilled t,o depth of 37ft fees,*nd B 1 / 4 * casing in- 
stalled to depth of 320 feet. 

Slevator tmehlnee in place and a portion of overhead work. BJe- 
vator work generally,about 3CX eonpleted. 

Marble work in toilet rooms,30;? eonpleted. 

Ash heJ st. 9 opwpXetede 
Electric work f 6dX eonpleted. 

flooring for-toilet rooms in baeenent and attic could ha-e 

»o.n put in place ncre than a nenth a C o,b„t no work hue yet been done 
in this connection. 

* -at respectfully call the attention of the Office to the alow 
progress being nad. by S.Paith * Company,oontraotor,.a„d believe that 
«n ess material la r , 0 elv,d nore Pronptly and work executed with ncre 
gcnce.they win „ot complete their contract before Ootober.next, 
-.withstanding the fact that their contract tine expired nearlw * 

ZZ Z: A POrU °" ° f ^ h ° Uflr8 taS bn * n - one *. 

1 .. . .r to contract for or lay the foundation for the boiler sett- 

‘ ’ 1 n ° 8t re9P, ° tfU - ,iy r "<~ « «.^Uh A Company,contrac- 

”0 ifled to odeplete their contract without further delay. 

Renpoctful] 


Pop wanded through the 


map el tor, Heating, Hoi sting and 
vontiiati ng Appa rain a • 


Superintendent of Construction. 



Office of Superintendent of 


































TOOTKB, MBIT. 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


« * 

TREASURY DEPARTMENT 

WASHINGTON ft. 



y^ssra. 8* Faith and Ccispany, 

Peaiioylvnnifi Avenue, 
Philrdolphia, Pennsylvania, 

Sir«j 


deferring to your contract for the me chemical equipment, 
ic. t tt the U. R. utnt (Few), t)amver, Colorado! your attention 
la sailed to th* fcllevir.f street from a report, submitted to 
tke office, under date of the 83rd ultimo, fcj- the Inspector of 
Seating, Feinting end Ventilating Apppratuo, nee on detail at 
tfcs building* 


V^ tleotlnir for toilet roerrs in toasraent. snd attic could 

|J_T ^ mro than a month ago, tout no work has 

yet been done in this connection. 


‘ * cs * respectfully call the attention of the Office to 

J* 1 ?® ** dft * y s * Faith end Ooc^any, oontrao- 
mi^aS* M11 rS Ml ’»*••» mterimj is retired r»f* prosily 
!&,? ^J™*^* 11 ***™ they will not complete 

that S«ntr^‘ 2 r L ™ xt > a*t»4tkttendt#g the fact 

i 'l h : h 5ir< t ^” t r act v tija ® aspired nearly a year &eo, a portion 
tc **** been received, tout no one is here either 

a^T!Uf l °L 1 ?i th# fou »<iation for the boiler settings, 
contra^L r *5 that 3* Frith and Company, 

thcr* 1elpv» f he stifled to complete their contract without fur- 


From the above statements, it is obvious that you hare 
not in the past, nor are you at the present time conducting 
the work in a satisfactory manner, and it would seem that im* 
fcndiftte notion on your part to arrange for the prompt supply 
^teri&l and for expedition in the work, to secure its com* 
*Tetion at the earliest possible date* is absolutely necessary. 




8. Sftitfc and (?o* 



The fehov* quoted etate&emte wuM so*ic to refute aurtaln 
oleltu> r acif; t>y you cf fie lay caused by the contract ere for other 
t*iXtc3 vy >1 the eork* and would ta&c *••» to wsphaeiae the 
faot that there* rm no Just C'jooe for the oos^laint recently 
xriMle by you that the Superintendent was not tree tin# you fairly 

'4 

in hie estimteo ct payment» or *oo<; r.t cf th* *t>r' „ 

A copy of this letter hae been tranenlUeft t.e the Superin* 
ttrifi .nl, in order that he my bo la peaces* on f .full infsr* 
sutler when it heoMes m>ce<s«~ry fer 1 t<i tc rfr port, at the tlw* 
when final 4J ns Went of year accoi-nt \.~der co >lc1*rat5cu f 
and it eculd i so*;* therefore, the.t it rirWiiO mj d>*afe* which 
ttight accrue for your failure tc complete on time* bette 7 * iw* 

1 revsreent should be noted in the eorlt fret ne* f on than lias pre¬ 


vailed since you entered into ihe otff* rent* 

ft«*ptotfully, 




i 


V! 




>IT (KEv). 


TREASURY DEPARTfi 



WASHINGTON 


March 5,1904. 


IN REPLYING.QUOTE UPPER INITIAL. 


Superintendent of Construction 
New Mint Building, 
Denver,Colorado. 


Sir: 


For your information I have to advise you that the Department 
has this day rejected all the proposals received under advertise¬ 
ment dated January 7,1904 for lighting fixtures for the building 
in your charge, and new proposals will be invited, based upon 
revised drawings and specification. You will be duly informed of 

any action taken. 


Respectfully 


| 

JSS 




new mint 


INCLOSURE #3561 


TREASURY DEPARTMET 



WASHINGTON March 5,1904 


IN REPIYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


There is inclosed herewith, for your information and 
the files of your office, a copy of Department letter of 
even date accepting the proposal of Mr. James A, McGonigle, 
in amount $ 30 . 00 , for certain terra cotta partition in the 
attic of the building under your charge, all as set forth 

in said letter of acceptance. 

You are hereby authorized to certify and issue vouchers 
on account of the work in accordance with the terms of the 
contract and the printed "instructions to Superintendents,” 
payment of which vouchers the Disbursing Agent has tnis 
day been authorized to make from the appropriation tor Mint 
Building, Denver, Colorado. 


Respectfully 


4 


HM 




Dhff *n f 'M nrT 


March 5 , 1 ^ 04 . 

Mr. Jn 18B A. McGonlnlQ, 

Now Mint. Building, 

Mti. ver, Colorado. 

Sir: 

In view of the statement and recom'lendnt 1 on cental riel In 
letter dated Tebrunry ?.&$ 1904, ’roni t ie superintendent of 
Construct Ion <v" t :■•? i m ' Denver* Colorado* 

youc proposal, at/lressQd to hin» In aio.ini thirty dallai's 
(. 4 |l0.00), 1 : hereby accepted for certain torrn cot in par¬ 
tition in the attic of said building, the amount being deemed 
reasonable and a public exigency requirinc this addition to 
your* contract for V'o const notion o' the building. 

It in understood and agreed that, this accept anno i« 
not to affect the tine for the completion or the vrorK tw re¬ 
quired by the ter is of your contract; that tee «*■•'** is ujth- 
out prejudice to any and all right# of tec United States 
thereunder ; and without prejudice»also>to any and all right* 
of the United Staten against the sureties on the bond executed 

for the faithful fulfillment o » contract. 

Please promptly acknowledge receipt of this a 

\ oopy of *hion wtu ^ ««nt to tne Su^rlntendant for hi. 

infer atton. 

Respectfully t 

T, 

J.O.P. 

HM 


Anal stent S e c ” et a ?? y • 


■Hi 


Form No 


THE WESTERN UNION TELEGRAPH COMPANY. 


INCORPORATED 


23,000 OFFICES IN AMERICA._CABLE SERVICE TO ALL THE WORLD. 

T»,jq romnanv TRANSMITS and DELIVERS messages only on conditions limiting its liability, whichL^Th^C^f^^^iUnS holdTtself UaWe^forerrore or dew r i 
Errors caS be 7 yarded against only by repeating a message^k to the sending station for P * n 0t presented in writing within sixty day. 




ROBERT C. CLOWRY, President and Ceneral Manager. 



NEVER CLOSED. 




RECEIVED at 1114 to 1118 17th 8t., Denver, Colo. 

194 (JH UP V 31 Paid Govt. 

Washington, D*C*, Mar, 8,-4. 

Supt . Ccnstructiai New Mint, 

Dienver, Colo. 

Inspection of oil tanks by representative mint bureau in about two 

• * * t w 

weeks no filling or grouting under tanks before inspection . 

JaK'faylor, Supervising Architect. 

1208 p jn. 





POSTALTELEGRAPH 



COMMERCIAL CABLES 


CLARENCE H. MACKAY. Pncaiarurr. 




__ , , * , ■ a a• a /. , ».v. Rioirrmco trade-mark. Design patent Wo. 36369. 

The^ostal_TBle 9 raph-Cablg_Coff^n)Klncorporated) jransmitwnddelivers IhisiTiVssaoe subject to the terms and oondffioiis printed on the back ot this blank. 


Received Main Office, t 2 ££ jvjth^&treetj Rrnest^&^Cranjner^Suildin^ Denver. (Telephones 4500, 4501). 

73 ke. Mia %. 40 Govt. 

Washington D.C., March 8,1904. 

Supt. Ul.lerv. 

’ Mint , 

Denver,nolo. 

Yo!l7 * fl "oceived demand will bo made on Diebold company 

unde** liner, fn^ty one to forty nine page three of 

contract wire what work to be completed and fix date. 

■ T . K,. Taylor. .Supervising A^chitect; 

1:28 ?. 


( 47777 ) 
























IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 



treasury department 

Washington March 5, 



1004. 


Inclosure No. 476. 


Superintendent of Construction. 
New Mint Building, 

Denver, Colorado. 


Sir:- 


There is inclosed herewith, for your information and the 

files of your office, copy of Department letter of even date, 

accepting the proposal of James a. McGonigle, to deduct ten ’ 

dollars (110.00), from his contract for the completion of the 

building, for emitting certain T irons required at the meeting 

rails of fourteen basement windows i„ the building in your 
charge. 


Respectfully, 



KCH 






^sareh 5, 104 


janes A# McGonlffle, 

Wow int Building, 

Benya* , Colorado * 

Sir:- 

In yi#w of tho atate^nto and reeos^nd^tton contained in 
letter ef the 26th ultimo, from the Superin tendent of Construe - 
tl-n for the "er ~Snt building, newer, Colorado, your proposal 
of February SI4, l?»04 f to dedwet ten dollars {^lOwOO), fror your 
contract far t)io oo^plotlcn of the building» en aco- ot 
ting certain T iron® ru-^uired at ths 1 -ai fails of r w cu..i 

Sonant window#, 1# hereby accepted, the «#c;nt h#io# *••»•<* 
reasonable and a public exigency requiring the change in the 

work ♦ 

M ’ It la understood and agreed that this acceptance Is not to 
iaffect the tlws for the ♦enpletlon ef «w ** Ur * * ork ** ra; i ulretl 

!V th0 term of your contract; that the »• vritheut prejudice 

to any and ail rights of the United rMM thereunder, and «tth- 
out prejudice, alec, to any e^d ail right* of the United States 
against the sureties on the bond executed for the ****** ! 7 -‘ 
fillraent of the contract. 

no«. promptly aolcnowlodgs receipt of this Xot-.c , u e 

of which Is forwarded to the cyperintendsn 

T’##i>#ctfwlXv» 


AEsalst&n'^ Secretary 



(PRINTED HEADING). 


Denver, Colo., March 10,1904. 


Mr. Lee Ullery, 

Supt.Mint Building, 
Denver. 


pear Sir:- 

Your letter of February 16th asking for bid to enclose the 
group of electric wire conduits in boiler room received. I 
nish material and labor and do it according to your letter of instruc 
tion for $120.00, using Loveland plaster or using asbestos for $150. 

Yours truly, 


(Signed) Janes A.McGonigle* 



(PRINTED HEADING). 


4-1 


Philadelphia, March 8 , 1904 . 


Mr,Lee Ullery, 

Supt. Construction, U.S.Mint Building, 


Dear Sir;- 


Denver, Colorado. 


Answering yours of 3rd* instant, we propose to furnish all 
labor and material for live steam piping to gas generating room,in 
building under your charge, for the sum of TWENTY NINE DOLLARS ($ 29 . 00 ). 

If live steam piping to Fuel Gas Generating Room is omitted, 
deduct the sum of ELEVEN DOLLARS from our contract price* 

Awaiting your most favorable consideration, we remain 

Yours respectfully, 

(Signed) S.Faith & Company, 

S. 


DENVER new mint • 



IN replyino.quote upper initial, 

RlGHTHAND CORNER 



TREASURY DEPARTMENT 


Washington March 12,1904. 


Superintendent of Construction, 
U. S. Mint (New), 

Denver, Colorado. 


Sir: 


Deferring to the statements contained in your letter of 
the 29th ultimo, in relation to the method of jointing cer¬ 
tain joinery work to be supplied under the contract with Mr. 

James A. McGonigle, for the interior finish, &c., at the build¬ 
ing under your charge, you are advised that the method found 
to exist at the mills, as recently reported by a representative 
of the office, is considered objectionable, as the class of work 
called for by the specification is such that it does not permit 
of joints showing on backs of trims. There is no objection, 
however, to jointing the trim, provided joints are concealed. 

Respectfully, 





Forwarding, 



• \ JA.ttoGonifia, 


J’-^cn i? # i-C4. 


M * » v a n* t h, K an i h >*. 


sir: 


i Xn Vi "" ° f lM ™* »OMwn*.u«» oontulnM m 

° f t> ' 9 m * ti» aupMtafMmt or noriBt,TOo- 

«.U,n Of til* now Mint mu Mine, Domra,, Colorado, and t „ R coor-;,nco 

*'* t ’"' ■‘ rOV " 1 ° r V ' 1 * your . rot earn, d*W. tno 

17tn UUir0 ' *«" »*•« 4 * **». in n-.ou.-it . 0 v*n tho.mnd 
hm^Ml *r.d -ichty-flwn doUftro (*,WS.OO). 1* hwrwhy ncooptod. 

*" %1 ' iUion f '° yonr "ontraot, do tad Aue>wt s»,i:>o», for tn« 

«o> plation of tha ton Udine, to furnirn nil tn« labor and r-.t«rUl» 

^Turoi to oonpiote a *tora.£* cellar for eweopa at th« vast and 

* 

ot ’ tn ° In -accordance with drawing /;?47 - a ( 0 oiy of w.nioh 

1® i op.«npio imt*, > *.t Vi an'', tuo toirru of th<* fiuporinten.dent * a 
SjUttor to you of tde .If t ultimo,a public <**i<:>moy r ciuiririr tbo 
i : ndlat* porf©prance of tn« worK. 


It if* und--<rMood and nfrood teat thin acceptance i» not to 
^jlffact tv. *.i r tna c:. i Inti on of tuo worn an r<v;ninod i/r t.*te 
“ or your contract; that to© aura in without prejudice to any 
jpd all rigftta o A . ? Unitei stat kh<.* round or ;*ni without i'-gu- 

41c*, a u© # to any and vU rigntr or fio United State® *£*unrt tno 
•t-eii©* on t in nond executed for Van faitnfui fulfil.vent or tn© 
%) ntaact. 

Flaw k a noKnoM-ledru tn*i receipt of t?U> u?tw. 

U'tnt octfuliy, 

a r, i f; tan t s « a re tar/. 


DENVER KBIT 
% 



Inclosure 1518. 


TREASURY DEPARTMENT 



Washington inarch 12, 1904. 


IN REPLYING.QUOTE UPPER INIT'AL. 
RIGHT HAND CORNER. 


Superintendent of Construction 
U. S. Mint, 

Denver, Colo. 


Sir: 


In connection with office letter addressed to you on the 9th 
instant in relation to this matter, please find inclosed herewith 
for your information and the files of your office a copy of a 
letter of the 10th instant from the Diehold Safe & Lock Co., re¬ 
garding the reinforcement of floors of vaults to "be supplied "by 
them and of reply thereto of even date. 

Should there he evidence of any further unbusinesslike methods 
on the part of this Company in the installation of these vaults, 
advise this office fully in regard thereto, with such recommenda¬ 
tions as you deem proper. 


Respectfully 




treasury department 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


?h ® 3 of* A look company, 

Canton, Ohio* 

Gentlemen: 


WASHINGTON 


kftroh l£, 


1904, 


iour communication of the 10th imitant has been received in 

relation *o reiafoweia* floor* of certain vaulta in the new mint 
building at Denver* Oolo, 

*n view o*. the latter which ?ttnt liiyitwid to you ok the l£th 
ultimo by the superintendent of ConstWwoUon, it w&s asoumod that 
had lull into mat ion in regard to the conditions complained 
cf. It is hoped, however, you have taken decided action in the 

natter* end will have thie preliminary work completed without 
further delay* 

A copy of your letter h&a boon ffcrwutded to the Superintend¬ 
ent for hie information, with instructions to keep the office ad¬ 
viced in the premise a. 

Respectfully, 


( Signed) J. K. Taylor 


Supervie lag rehiteot. 


COPY. 


printed heading. 


Canton, Ohio, March 10th, 1904. 


J&s. Knox Taylor, Esq., 

Supervising Architect, 

Treasury Department, 

Washington, D. C. 

Dear Sir: 

We are in receipt of your favor of the 9th inst., signed hy 
the Assistant Secretary, concerning Vault work for the U. S. Mint 
Building, at Denver, Colo. 

We are greatly surprised at the contents of your letter, as 
we have no information concerning the condition of affairs as 
stated. Our representative, Mr. Philip Garretson, was given in¬ 
structions to have the sub-structures for Vaults E.F.G.& M. placed 
without delay; and he notified us recently that there was likely 
to be some trouble between the Union and Uon-Union labor. We at 
once advised him to see that the work proceeded without delay, and 
up to this time have no further advice from him, consequently as¬ 
sumed that the work was being satisfactorily completed. 

W9 are writin S tlx. Garretson today, instructing him to have 
the work pushed to completion as rapidly as possible, and that the 
necessary competent mechanics be employed to do this work. Please 
he assured that this work will be pushed to completion without 
furtner delay. ,'fe very much regret the existing condition, as 
„ou the proper remedy will be immediately applied. 

Very respectfully, 
f Signed) F. o. Baehrens, 

Secy. 



IN REPLYING,QUOTE UPPER INITIAL. 
RIGHTHAND CORNER 


if oT 


TREASURY DEPARTMENT 


s 


Washington liarch 12, 1904. 


Enclosure 690. 


Superintendent of Construction, 

U. S. Mint (Hew), 

Denver, Colorado. 

Sir: 

Referring to the statements contained in your letter cf 
the 7th instant, in relation to estimates of payments and the 
condition of work, under the contract with Messrs. S. Eaith and 
Company, for the mechanical equipment, &c., at the building 
under your charge, there is transmitted herewith copy of a letter 

this day addressed to the contractors named, which will explain 
itself. 

It is requested that you keep careful record of all delays 
in the work, in order that it may be determined at time of final 
settlement the extent of the delay for which the contractors 

pf 

are responsible. 


Respectfully, 





uxsrras .«w just. 


TREASURY DEPARTMENT 


■pf&tr 


WASHINGTON 4*rOh 12, 1004# 


KtoBsro, S. Faith and Company, 

2427 Pennsylvania Avenue, 

Philadelphia! Pennsylvania, 


Sirs: 


Tour letter of the 7th instunt, is hereby acknowledged, 
in which you attempt to explain the causes for the unsatisfactory 
condition of work under your contract for the mechanical equip¬ 
ment! &c., at the U# S* Mint (New), at Denver, Colorado# 

The statements made hy you arc notod f but reports received 
from the Superintendent and from the Inepeotor now on duty at 
the building, indicate quite clearly that the work is not being 
prosecuted in a connected and businesslike manner, such as is 
required by the terms of your contraot, and as evidence of this, 
there is transmitted herewith a letter, dated the 7th instant, 
received from the Superintendent at the building# 

As you are aware, the contract time for the completion of 
your work, has long eince expired, and while it is possible 
that additional time is due you for certain delay® oauaed by the 
Government, yet the reoords disclose the fact that other de¬ 
lays have occurred and are now taking place for which you alone 
are responsible and which must receive the attention of the De¬ 
partment, under the clause cf the contract providing for liqui¬ 
dated damages, at time of final settlement* 



Di&tWR HOT fcfcroh s* Faith and Co, 2* 

A& stated in off too letter of the 2nd instant* In response 
to your cotrsplalnt as the unfairness of the euperiniondant in 
his estimates of payments on account of the work, to tho offset 
that you claim eo&p*tt»atien for work and material not in place 
complete* it in proper to note that the Superintendent* in hie 
letter, hear a out this fact, and fr&* the tenor of hie report* 
it would seen that the tfew*rn»ent has promptly ml ite cbliga* 
tions to you as set forth in the contract* 

A copy of this letter has been forwarded to the Suyerin^ 
tr«jdent at thn building* for hie information and gtiidasoe* with 
directions to keep a careful record of all delays* and especially 
those for which you are responsible, in order that the same may 
be of record when final settlement is being considered* 

It is proper to state, in this connection* that the office 
is prepared at all times to carefully consider any complaints 
or statements made by you, which smy have bearing in fact* but 
it quite agrees with the Superintendent in the position taken 
by him that your Interests would be better subserved by the prompt 
and satisfactory installation of your work* rather than by cor~ 
respendenee setting forth conditions that do not actually exist. 








__ , * DV,S,NG SUPER.NTENDENT OF REMITTANCE 

jjggVER, KEW MINI 


OF FUNDS. 



treasury Department, 


Office of the SUPERVISING AROHITECT. 

Washington, D. C. , March 10, 1904. 


Superintendent of Construction, 

Mint Building, 

Denver, Colo. 


Sir: 


Your Estimate of Funds required during the month of 
March , 190 4 , for the work under your charge has been 

received, and you are advised that a remittance of $ 45,000.00 
to the Disbursing Agent, has been requested. 

Respectfully, 



Chief Executive Officer. 


FAB 



IN OtPtrlHS. OUOTt UPPER INITIAL. 
RIGHT HAND CORNER- 



WASHINGTON March 9, 1904. 


Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado. 

Sir 

I have to acknowledge receipt of your letter of the 1st 
instant, inclosing proposal from S. Faith & Company, in amount 
seven hundred and twenty-five dollars (*725.00), for substitu¬ 
ting flush type instruments in lieu of t.iose required 
contract, in connection with the switchboard in the building 
in your charge, and you are directed to rc-jec- their propo^a 
as it is considered excessive and to instruct the contractors 
to install switches as required by their contract for the 

mechanical equipment of the Building. 

You are also directed to call the attention of the con 

tractors to paragraph 804 of the specification, requiring 
switchboard to be inspected in the shop when set up complete, 
and to inform them that any instruments now in Denver to be 
mounted on said board must be shipped to Reading wnere the 

is Being Built for mounting. 

Respectfully, 


Jr 3 

y 




DEHVER mi!? 




Inclosure 1310. 


TREASURY DEPARTMENT 




WASHINGTON March 9, 1904 


/ 


IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER 


Superintendent of Construction, 


U. S. Mint, 


Denver, Colo 


Sir: 


Referring to your communication of the 5th instant and telegram 
of the 8th instant in relation to vault work in the building under 
your charge, please find inclosed herewith a copy of Department 
letter of this date addressed to the Diebold Safe & Lock Co., 
which explains itself. 

It is requested that you will keep the office advised of the 
action of the contractors in complying with this demand, and on 
the 19th instant submit a report as to whether the work has been 
completed, together with any recommendations which you may deem 
proper in the premises. 

In connection with the concluding paragraph of your letter 
you are informed that it is the declared policy of the Department 
not to interfere in the matter of labor unions, requiring only 
that the contractors perform their work as provided-for in their 
contracts. 


Respectfully 


i 



|U?* 1? 

u 



Treasury Department, 


OFFICE OF THE SECRETARY, 


In nshlvino to this Lett** th* 

INITIALS in UNHE* NIGHT-HAND 


Washington 


liaroh 9, 1904 


The Jiebold tale & T ,ook Company, 

Canton, Ohio. 

Gentlemen ; 

..efexrinj to your contract lor the installation of vault* 
in the U. ... Mint at Denver, Colo., your attention now is par¬ 
ticularly invited to that portion providing for the relnforoe- 
ment of the floore of vault© S, F, <1 and M, w..lch work must be 
eo oonduoted by you that the wall© around the vault© may be built 
whenever required by the superintendent. 

A report ha© Just boon rooeivod from the superintendent to 
the effect that he ha© been unsuccessful in hia endeavor© to sec are 
from you the completion of thia work, in order that the terra cotta 
walla inolosing the vaults may be constructed and certain other 
contingent work included in another contract completed; that you 
have had a iow boys employed, whose employment has resulted in a 
©trike on the part of the other mechanic© in the building and 
generally di©organised and interfered with the progreos of work. 

> The Department must express surprise that you have permitted 


such a condition of affairs in a matter of this kind, eepeoially 
in view of the clause on page 3 of the specification requiring 
that "the work must be exeouted in suoh a manner as in the Judg¬ 
ment of the superintendent of the building will Interfere the leoot 



DK.8Y&X »1S?.lar.9 19 >4. hiebold „afe ft look co. 


*aea £. 


. ith the operatUnia of other contractors in the building and yet 
proceed with all reasonable speed,* end your notion doee not in 
any manner reflect credit upon you. 

It has been decided not to tolerate any longer this unbuoineao- 
like manner of conducting the work, end defend la now made upon 
you to complete the reinforcement of the floors of vaults F, a 
and : and repair the terra cotta and other work damaged by you 
by the 19th instant. 

fhlo demand is made under eights reserved tc the Government 
in paragraph Included in linos 41 to &6 on page 3 of the contract, 
and in the event of your failure to complete the work && called 
for within the time allowed* further action will be taken under 
the rights reserved in that paragraph, with a view to protecting 
the lovem7.ent *o interacts. 

h d aopy of this letter will be cent to the Superintendent of 
Construction at the building with instructions to keep the Depart- 
mt it advised in the prerieos. 

Respectfully, 

I? (Signed) C. K. Keep. 

S 

assistant ieoretary. 



DENVER MINT,HEW. 



IN RE PLYING, QUOTE UPPER INITIAL, 

RIGHT HAND CORNER 

(ENCLOSURE #62) 


TREASURY DEPARTMENT 

WASHINGTON March 15, 1904. 



The Superintendent of Construction, 

U.S. Mint Building, 

Denver, Colorado. 

Sir: 

There is enclosed herewith a copy of Office letter this 
day addressed to Mr. James A. McGonigle,relative to the Border 
for first story corridor floor in the "building for which you 
are the Superintendent of Construetion,which will explain it- 
self. 

Respectfully, 




B. 



*> 


HI’JT.aW. 



Treasury Department, 

Office of the supervising architect, 


In replying to this Letter the 

INITIALS IN UPPER RIGHT-HAND 
CORNER MUST QE REFERRED TO. 


Washington, 


March ID, ly04. 


Mr. James A, McGonigle, 
U.3. '<int Building, 


Denver, Colorado. 

Sir: 


The receipt of your telegram of Maroh 14th,relative to 
of first atory corridor floor,new U.S. Bint Building,Denver, 
Colorado,is hereby acknowledged,and in reply you were this 
day wired as follows; 


^Drawing border first story corridor floor will be 
forwarded. Different from entrance hail. Ho sam¬ 
ple necessary. Letter** 


A drawing is now being prepared and will be forwarded at 
once,shoeing the design desired for the borders of the corri¬ 
dor, first floor,which will be different in design from the 
border used in the entrance hall. 

It will be unnecessary to submit a sample,as in color 


and execution this work is to agree with the sample already 
approved for entrance hall. 


Heapcotfully 



Supervising Architect. 


B. 




Connection. 


ALL CONTRACTS AND AGREEMENTS ARE CONTINGENT UPON STRIKES, 
ACCIDENTS. AND OTHER OCCURRENCES BEYOND OUR CONTROL. 


rfHONE 



-'-Country Work Promptly Atttnoto To • - 


- W„/,„/r// t /,-„ fero:, 18ta. 1904 Jffd 

Mr. Lee Uliery, 

Supt. of Construction, 

U. S. Mint, Denver, Colo. 

Dear sir:— 

Relative to the marble work for the building 
under your charge, in toilet room ^*3 the plans show a 
distance of 4 , -0 M from shower partition to wall, and tto 
roughed in accordingly. The marble plans show this 
space to be 5-0".This is a mistake of the Government and 
we will be compelled to install same correctly and therefore 

must look for an extra for same* 

In toilet room #3 the plans show 3 -0” for closet 
enclosure and marble plan shows 3 -6" causing anotner -.nang., 

in our work. This also will be an extra* 

In the meantime we will instruct our man to go aheo.6. 

with work. 

Yours respectfully, 


















IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


FORWARDING. 
ENCLO SURE -77* 


The Superintendent of Construction, 

New Mint Building, 

Denver, Colorado. 

Sir: 

There is enclosed herewith for your information and files, 
a copy of office letter this day addressed to Mr.James A. 
McGonigle,and,under separate cover,a copy of full size detail 
drawing No.269,therein mentioned,in connection with the mosaic 
borders to be installed in the first story corridor of the 
building for which you are the Superintendent of Construction, 
i and you will please be governed accordingly. 

Respectfully, 



i 

Sup ervis Ui£.Archit ect. 


M. 





lH PC PLYING TO THIS L^TTEr THE 
INITIALS IN UPPT* RSGM7-HANO 
CORNER MUST Bt «EFE**EO TO 


C 


i reasury Department. 

Office OF THE SUPERVISING ARCHITECT. 

Washington, • fCl* 17j. 1 ••C % 


krJSim* 

Hr, Jam© a A, Uo0©nigle # 
Leavenworth* 
Kansas. 

Sir; 


In aooordimo© with the request contained in your ta.legr *m 
of the 15th instant, there ha 9 fcesn prepare! auiil this d^* for* 
warded to the nboirn ed-dres* » copy of drawing $0*269; 
tho full siao detail for the osos&ic borter to fee in 3 tailed 


under the contract f^r the interior finish i»* Ue first sitory 
otrri4of of the Sew U*S«t£int £uiXdi.\~, Beovear # Colorado. 

An add it ion ea coxy of the eoovo mentioned drawing m«s aleo 

V n 

fcccn lorwftrded, ir* aooor hmce with your request* io the Sew 

^ngl^uid ^.ooaio Company, 36 Chard on St root# Boston* i?»esa*hucett* 

\ Beepeetfuilyi 


J. K. TAYLOR, 

' II* 


S-njcnrisln,; AroMtaot. 


DENVER, ,NET. r MINT. 

INCIiOSURE #1006 TREASURY DEPARTMENT 

WASHINGTON March 17,1904. 




IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New Mint Building, 

Denver, Colorado. 

Sir: 


There is inclosed herewith, for your information, a 
copy of a letter of even date relative to cesspool in con¬ 
nection with the building under your charge, which is self- 
explanatory. 



l 

i 




ET 2 r/ T '~* .. WIRT 


March 17,1004. 


Messrs. faith - r < Company, 

f?A%7 Pennnyi\ rr.ia >v ouo, 

PhiladoI toi r , Pen isyivania. 

Conti*. cn: 

Your proposal of to*? ifjth Instant to deduct the 
3u $3,00 from the amount t |14 you under your oon- 

tr •• for ueohanloal equipment at the now Jitnt butlliny, 

Denver, Jolorado, for .uafcinc certain change in cesspool 
referred to i • • ■ the specification, is rejected# 

a r .rl you are advised that a special c»ot irori cesspool with 
8" outlet or n heavy cast iron fra ie end crating, similar 
to ott*n plate 2hf-s (stable catalogue), set on a bT'ick 

basin having an k* outlet connection, with quarter bond 
'-i turned down inside to fora t~np f will he acceptable. 

You are further advised that all proposals of thin 
description should be forwarded through the office of the 
suiuriatendent of Construction and net direct to thlw O'fice. 

Respectfully, 

I 

V 

r 

m i 


HM 


Sup 3rv i si rtr Arc'' 1 toet , 


James A.McGonigle, 


Contractor and Builder, 

Leavenworth, Kansas,March 19,1904# 


Mr.Lee Ullery, 

Supt. New Mint, Denver, Colorado. 


Dear Sir;- 


Referring to your letter of the 15th instant,in regards to 
jointing the inside trim at doors and windows and the ruling of the 
Supervising Architect. 

Will you please ask Supervising Architect for a rehearing and 
reversal of his ruling in regard to jointing trim in view of the fol¬ 
lowing: 

1. April 29th,1905. The department wrote under initials "T.B.W." 
in answer to my verbal request of April 27th,paragraph 6 and 7. In 
many cases the wood finish is shown as a whole not detailed in pieces, 
the question of jointing being left to the judgment of the contractor . 

2. The entire finish is now made filled and varnished ready to 
load in car at St .Louis,having been'made in accordance with the e,-> 
judgment df this contractor(for use in a building of this characte 

in many cases occurring in rooms subject to severe usage) m two p 
es carefully jointed thus: 


In many cases the outer edge butts against plaster janb en ^ ir ® - *, 
cealing joints. In other cases where there is no plaster jara_ 
rooms are small and fifficult to obtain view of outer edge, 
case does trim occur in corridor of principal stories. 


been 


3. The the building is now ready to receive trim and it 

cause serious delay to make the change it is res P®£ tfu ~" y n . „ „„„ 
that the Department allow this trim to be used. The *' I t 

inspected by Mr.G.3.Strickler the Department representati* a n ' 0 rt 
Louisiana Purchase Exposition in St.Louis, and we tn Ar < 0 r~auality 

that it has been manufactured in the best manner o a > P_ d an( j 

of quartered white oak and unusual precaution take . 0st specified 

insure its reaching the -building with less than r 

4. As the building is now ready to 

ate consideration of this matter will great-y._" J 


to kiln 

moisture than tes 

this trim ant 


i mined 


•i _ 


Yours respectfu —y# 

(Signed) Janes A.McGonigle. 



DE17VER, HEW MIH'I 


TREASURY DEPARTMENT 



WASHINGTON 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


March 19, 1904 


Superintendent of Construction, 


Mint Building, 

Denver, Colo. 


Sir 


Replying to your letter of the 14th instant, relative 
to advances made to the Disbursing Agent, etc., I have to 
advise you that a warrant in amount $45,000.00 was issued 
today and will be mailed at once to the Disbursing Agent. 

In this connection I have to advise you that no amount 
in excess of the Disbursing Agent's bond can be sent him, 
but it is suggested, if the conditions warrant, that the Dis¬ 
bursing Agent submit a supplemental account to this office 
about the middle of the month, which should include all ex¬ 
penditures .made to that date, and upon the receipt of same 
immediate action will be taken to put further funds in his 
hands. 

) ' Respectfully, 


Chief Executive Officer. 


BAB 





INCLOSURE #1075 


TREASURY DEPARTMENT 


WASHINGTON March 19,1904 


IN REPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 

New Mint Building, 

Denver, Colorado. 

Sir: 

There is inclosed herewith, for your information and the 
files of your office, a copy of Department letter of even 
date accepting the proposal of Messrs. S. Faith & Company, 
same being an addition of $29.00 to their contract for the 
mechanical equipment for the building under your charge, and 
c ' 1 ' e4 ' l0tlon of vll.00 from said contract, on account of cer- 
• a u. stea_ piping, all as set forth in said letter of acceptan< 
You are hereby authorized to certify and issue vouchers on" 
account of the above, stating the two items separately, m 

accordance with the terms of the contract and the printed 

"Instructions to Superint „ 

- rln endents >" Payment of which vouche-s 
the Disbursing Agent has this dav 

8 aa * b6en authorized to mahe 
from the appropriation for Mint 

int Eulldln S> Denver, Colorado. 

Respectfully^ 



HM 


y wr.M ,>fh? r MXKT 


o 

larch 19,1904. 


Hessrn. 9. T ’aith A Company, 

"*r>4P7 Ponr. 9/1 vania Avenue, 

Philadelphia, Pevmay Ivania. 

Gant la :en : 

in view of the etaterwnt and recoraraendation oon- 
ttlnef in letter dated March 11,1904, from the Suporintevident 
of construction of the new Mint bnildirr at heaver, Colorado, 
your proposal, d-ted March 8,1904, addressed to hln, in '^rehy 

accepted as follows t 

^ti-nnlnhinr all* the labor ■*' id material 
, ? -^iiyc>teo., -pin t. 

r ° 0!n For 8 oraittinn to rui h ii v ,. • , „ 0 

. i■'i'-':, TTTi-" 

The amount is deemed reasonable and a public exigency 

requires the immediate performance of the « '^ich ie con- 

... x ~~ o + ^'OT *v ; *chan1 cal oi’ip- 
sidored as nn addition to your contrast .or - 

i t, the said building# 

, . „ n „ ft rreed that this acceptance 

It la understood and asre ,* * '* 

. . , . ft-* ro** the completion of the rr orfc ns 

in not to affect tee ti • ■ - 

. . „ nr vc . a contract; that the ea e is v.-ith- 

required by t.he tome or your 

Ut prejudice to any and alt rW « th,! '' nlt ' v ^ 

Wder; and sltM«t ..judiee,also,to am l all rights o 
i on the bond executed ^or 

[united States sca^ n3t tn,s ^ 

the faithful fulfil liaent of tn0 oontract * 

paspoot fully, 

a Secretary. 

l T - 

J.G.P. 

im 







« 

Denver*Mint (new) 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER 


JT' 

treasury department -fa#) 

WASHINGTON March 81,1904. 


The Superintendent of Construction, 
Hew Mint Building, 

Denver, Colorado. 

Sir: 


The receipt of your letter of the Igth instant 
relative to the masterkeying of the locks for the 
doors of the building for which you are the Superin¬ 
tendent of Construction,is hereby acknowledged. 

In reply you are informed that the Assayer-*in- 
charge of the United States Mint at Denver,will ui>- 
doubtCdly be appointed Custodian of the new Mint,and 
you are directed to take the matter up with him and 
settle it immediately. 

Respectfully, 


R. 





DENVER NEW MINT 





IncXoeure 955 


TREASURY DEPARTMENT 


Washington March 25,1904. 


Superintendent of Construction 
New Mint Building, 

Denver,Colo. 


9 . 


Sir: 


I incloso herewith, for your information and the files of 
your of lice, a copy of Department letter of even date, accepting 
the proposal of Janes A.McGonigle,in amount one hundred and fifty 
dollars ($150.00), as an addition to his contract for the comple¬ 
tion of the building in your charge, to cover with asbestos the 
feeder conduits at ceiling oi boiler room;and you are hereby au- 
thorized to certify and issue vouchers for the work, as required 
the terrr.s of the contract and the printed "Instructions to 

Superintendents",payment of which vouchers the Disbursing Agent 
beui authorized to make from the appropriation for Mint 
Building, Denver, Colorado. 


0 


Respectfully 



ct. 



D*?VS«,KX* 

i^trch $5,1004. 


Hr, a, Hocon\ri r >» 

u*s.wmt mulling, 

Don^'wi | Co a o t ado . 

Sir; 

In vt»w of tn« *mt and r*oo*' #nd**Uon contain#^ in 

l^tu>r or %h» mn ln*tnnt # frow tn«> &n>#rintondain of (Joptno- 
\ion of %h« nm Hint gnUding at Dan^r,Colorado, and in accord- 
(ino« with tn* approval of tdi» riOi^rU‘*ml,Tour i>roiof»ci,o?. taa 
iota im'tant, a<*'jroa**d to hi*, In ar.ount on*. hundred and fifty 
do.U■■.?«* fH r >0.00), l« h<»r«t?y accepted* an an a ddltlon to your 
contract dated Augaat 35,V>08 for tn« completion of the ^UUng, 
to co^rii- with a«*>a*toa feeder conduit** at colons holler " 

in accordant with the t«r*» of the ani-erlAtondonfa letter to 
yea of the loth ultino, and to hi* 1 on tl*>faction, « pUlJ-t0 
Marine the In* rtdiata perforrenoe of the *or<. 

It 1* nnderetccd a*A »SW«A that tala acccj-ianc* i* '>ot to 

«Taet the tiro for th« oot»i-lotion oi the vor'i'- a»- re.* 1 

* fun-n* wltnout t,re c iudicn to any- 

t^w Df r^ur contrn<5t;t?^t t*n« 

iTni ♦ ■*<* ntntoR th<MP*^mdor; and Tfitdont l— 

»nd *.u rif^ntfi of iho unit«u , 

: . 0 f toa imitod Statoa ac-ans*. •*- 

N * *v tailhMi fuUUUMftt of tno 

r:rotl«« on %h** »>ond for * 


contract. 






w ^OSS&T WU ‘ >P ‘ 


.1 jnc 


Acting secretary. 





TREASURY DEPARTMENT /' 


WASHINGTON ::arah 22, 1904. 


IN REPLYING. QUOTE UPPER INITIAL. 


right hand corner. 


3HCSL0SUHS 1903. 
FOB A'AHDI KGr • 


The Superintendent of Construction, 

U. S. Mint (Hew), 

Denver, Col. 

Sir: 

For your information find herewith copy of office letter 
of this date, addressed to S. Faith and Company, contractors 
for mechanical equipment of the building for which you are the 
i Superintendent, advising them of approval of revised drawing 
> o. acid fume fan, which has been given office nurrfcer ~ T -221 A, 

and copy of which will be sent to you to-day, under separate 
• cover. 


Be spectfully. 



Sup e rv i si ng^rcn yz ec t. 




/ 



I2BY.SR (N3T75 MIBT* 



limrch 22, 


19 04. 


fOR^ARDIM. 


Messrs. S. Faith and Company, 
p 2427 Pennsylvania Avenue, 

Philadelphia, “a. 

Sirs: 

Referring to your contract for mechanical equipment of 
trie U. S. Mint (new), Denver, Col., receipt is acknowledged of 
I-our letter of the 21st instant, enclosing print (in triplicate) 
showing acid fume fan, submitted in lieu of drawing of same 
xm approved August 19, 19 03, end given office number H-221. 

The drawing is approved cc now sublcitted, and has been 
gl^en office number K-221 A. Copy is forwarded to you here¬ 
with, under separate cover. 

Respectfully, 

(Signed) J. K. Taylor 

'"uporvleing Architect. 


gw Connection. 




the uniteo states mint, Philadelphia 

G,VENTILATING A PLUMBING INSTALLED BY S FAITH & CO. 


ALL CONTRACTS AND AOREEME 
accioents AND OTHFR 


KT UPOf » strikes, 

OU* CONTROL. 


r 


”Ai^’s^r„-STsr 


(•,— FOR : . 

0 ffI r . 2427-33 Pennsylvania Avenue: 

' {bwrxr Work PfiOMPri/Anroofo To s - 

March 24th. 1904 AW 

Ur. Lae Ullery, 

Supt of Construction, 

' . v 

‘J. S. Mint, New, Denver, Colo. 


i Dear sir:— 

/ . Yours of the 2ist. instant,, relative to extra work 

, ^ tv_^.ot rooms Nos. 2and 3, of tne building under your charge, we 
frill take up the matter at onoe and submit an itemized, report of same. 
Hoping that same is satisfactory to you, we remain, 

Yours respectfully, 

• C.F.S./.H 

















(DENVER (new) Ml NT) 




TREASURY DEPARTMENT jfad 

Washington March 24,1904* 


IN repiying.quote UPPER initial, 

right HAND CORNER. 


J 


The Superintendent of Construction, 

United States (new) Mint Building, 


Denver, Colorado 


Sir: 


The office is in receipt of two photographs re- 
presenting the models for plaster work to be used in 
connection with the interior finish of the building 
for which you are the superintendent of Construction. 

in this connection you are advised that while ^ 
the sheet marked Ko.l is satisfactory,that marked #2, 
which shows the large cartouche for corners of cor¬ 
nice, is not, and must be made to correspond m every 
way with the model furnished for thls 7,0 rk by 
Government. 

These photographs are,apparently,taken from 

piaster casts,and you should direct the contractors^ 

attention to the fact the specification clearly ata e 

. taken from the models 

that the photographs are 

before casting,in other words, from ^h 


R. 






DENVER NEW MINT 



IN repiyihg.quote upper initial. 

RIGHT HANO CORNER. 



treasury department 

s 

WASHINGTON March 26, 1904. 


Superintendent of Construction, 
^ New Mint, 

Denver, Colorado. 




Sir: 


Referring to the statements contained in your letter of 
the 22nd instant, and its enclosures, in relation to the joint¬ 
ing of certain trim, as embraced in the contract with Mr. J. A. 
McGonigle, for the interior finish at the building under your 
charge, your attention is called to the following paragraph in 
letter addressed to the contractor on April 29th, 1903, copy 


of 7/hich was transmitted to you on the same day: 

”6 and'7. In many cases the wood finish is shown as a 
whole - not detailed in pieces - the question of join g 
ing left to the judgment of the contractor". 

A_s it would appear, therefore, that the full si*e detail 
did not disclose the method of jointing this trim, and as 


matter was left to the judgment of the contractor, no objection 
will he interposed hy the office to its installation as now 
prepared, provided that in all other respects the quality of -he 


material and character of workmanship fulfill the 


requirements 


°f the agreement. 

It is understood hy the office that the amount of j 

to see that tne 

* n question is small, and the office loo^s to y 
v '°rk when installed is satisfactory in a11 respects 






BEUVKR HEW MIHT., March 26,1904, Supt., &c. 


2 * 


Please advise the contractor of the tenor of this let¬ 


ter. 


Respectfully, 



i 





HINT . 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 


Washington March 28, l-0*i 



Superintendent of Construction, 

New Mint Building, 

Denver, Colo. 

Sir :- 

I have to acknowledge receipt of your letter of the 9th 
instant, relative to painting copper work in connection with 
the “building in your charge, and you are advised that the con¬ 
tract of James A# McGonigle undoubtedly requires that all ex¬ 
terior copper, under whatever contract placed, is to be painted, 
and you are directed to obtain a proposal for substituting an 
acid proof paint for that required by the specification and 
forward it to this Office with your definite recommendation, 
together with a sample of the paint, in amount two quarts, for 
laboratory test. 

Respectfully, 


\ 





She ©tint of tfee United states at gem**, 

of tUz &zsayz V in cfta vgz, 

March 29, 1904. 


Sir:- 


1 hSVe t0 a4¥ise y° u ^at I am ln receipt 0 f a 
letter from the Secretary of the Treasury informing 

” e ° f ^ aPPOlntme nt as Custodian of the Mint Building 
at Denver, Colorado. 

Respectfully yours, 

r*- 

Assayer in Charge. 

Mr. Lee Ullery, 

Supt. Construction Mint Building, 


Denver, Colo. 



D2HV2R tew) mint. 



TREASURY DEPARTMENT yt~ 

washington !-urch 2 9, 1904. 


The Superintendent of Construction, 

TJ. S. Mint (Hew), 

Denver, Col. 


Sir: 

Ref erring: to your letter of the 25th instant, rein 
tive to the kind of hose required under paragraph 137 of 
specification governing the work of mechanical equipment 
of the building for which you are Superintendent, yon -re 
advised that the contractor has submitted samples of fire 
hose, and action will be taken on same within a few days. 
You will be duly advised thereof, and furnished 


pies. 


Respectfully, 




Acting Supervising Architect. 





TREASURY DEPARTMENT 


a— 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


ENCLOSURE 4015. 


Tlie Superin.tsnd.ent oi Construction, 

S. LLint (Sew), Denver, Col. 

Sir: 

For your information find herewith copy of office letter 
of this date, addressed to S. Faith and Company, contractors 
for mechanical equipment cf the building for which you are Su¬ 
perintendent, approving dove Vermont marble for switchboard, 
and advising them that the sample switch, approved September 
24, 1903, and sent to you, may now he shipped to Heading, la.. 

as’they request, to he mounted on switchboard. 

YOU are therefore requested to turn said sample switch 

, representative at the building, first 

over to the contractor.- 1 

m a private mark, and notifying this office of 
placing thereon a pnva 


same. 


i 

1 %’ 





* 7 ^ 


D2HT3R KIH? (» CIV). 


MOD 


ttaroh 30, 1901. 


Kessre. S. Faith and Company, 

2427 Pennsylvania .Avenue, 

? Philadelphia, ?a. 

Sirs: 

Referring to your contract for mechanioal equipment of 
the U. S. Hint (new), Denver, Col., receipt is acknowledged 
your letter of the 26th instant, relative to sample switch and 

marble for swltohhoard. 

In reoly you. are advised, that the sample switch, ap— 
proved in office letter of September 24, 1903, and forwarded 
to the Superintendent of Construction at the building, for 
his guidance, may now be shipped to Reeding, Pa., as requested 
bv you to be mounted on the switchboard. ?he Superintendent 
11 b e instruc ted to turn the switch over to your representa¬ 
tive at the building. 

V;itb reference to marble for swit bhboard, you are ad¬ 
vised that the 2’ x x cample of dove V* rmont marble sub¬ 
mitted is apP r ' ove< *‘ lor U8e » lieu of ’’sample #8" ap. roved 
in oifi Ce getter of January 29th last. Rhe new sample will 
be retail e. for the information of the Inspector 

Respectfully, 

(Signed) »T.R. Taylor 

Supervising ..rohitect. 



Form No. 40. > 

Fd. 7 26 ltiOl 3,000. | 


DENVER NE ,,f MINT 1 ... 

KT AUIHOHITY FOR OPEN MAHKEV HUNCHASL 

F AUIm "***»» «V» to ^ n,,*^ 



J*msnvg “Department, 

omcH OF tot SUPERVISING ARCHITEOT^^T 

Washington, D. C., MRrch 30, 1904. 

The Superintendent of Construction, 

Mint Building, (hot), 

Per.ver, Colorado. 

Sir: Tti„„ w hii, , __ 


In view of the request and recommendation contq4ed in your 
letter of the 25th instant .and the public exigency requiring the 
-u.iLt_ ii.vi.t_ delivery oi the articles and performance of the work 

you ° : ’ e h " r9Dy authorized to incur an expaiditure of thirty-nine 
dollars and five cents ($39.05) 


’vater rent for office for six months from November 

1St ’ 1903 ’ § 6.75 

ten (10) gallons of coal oil for light, 2.30*-^ 

telephone service for use of Superintendent for 
three months from the 1st proximo,at $10 oo 
per month, _. 


Your attention is oalled to printed " Instructions to Superin¬ 
tendents/* and you will issue and certify vouchers on account of' 

*£•i5°I? ln J loc ° r ^ oe therewith, payment to be made from the ap¬ 
propriation for "Mint Funding,Denver,Colo. rt 

-^ 1 $) Respectfully, 


Jr 


Chlei Executive Offl ZT>i 


f 




treasury department 


DSWERJOTI 



rnclosure 1365 . 


IN REPLYINQ.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 




<5 

WASHINGTON March 3l> 19Q4# 


Superintendent of Construction, 

T J. S. Mint, 

Denver, Colo. 

Sir: 

fhere is inclosed herewith for your information and the 
files of your office a copy of a letter this day addressed to 
the. Diehold Safe & lock Co., in relation to their contract for 
installation oi vaults in the building under your charge. 

Kespectfully, 



Supervising Architect. 


i 





I 


TREASURY DEPARTMENT 

WASHINGTON $1,1904 

Oh© Diebold Safe & Lock CO., 

Canton, Ohio, 

Coatlemons 

lour communication of the 28th instant is received in which 
you state with reference to your contract for the installation 
of vaults, ©to,, in the Kint at Denver, Colo*, that you ''expect 
to make shipment of vaults S* F, end 1 in four to five weeks. 
Vault X will follow in two or three weeks after &, 3 are 

shipped, B 

ft ban the letter was addressed to you on the ££th instant, it 
was expected you would make a full report in regard to all the 
work in the contract not yet shipped, and the office regret© 

h • ; 

tfctt it is necessary to repeat that request, which Information 

* ' . ' a J ' * . • 

' 1 ” r~ d I . . * ’ „ 

it is hoped you will furnish without further delay. 

. i I 

From present indications, it is apparent that you will he 
considerably behind your contract time in the completion of thie 

•d. \ >i- ' * t * *• *^4 ‘\ . jN. - I 

work, end a due regard for your interests would seem to prompt 
you in handling this matter in a more business like manner than 
appears to be the case from the record© here. />s an instance, 
there ay be cited the following from a report of the 1 st instant 

t 

msle by the Vault, Hafs & Look Expert as a result of his visit 

to your shops in the latter part of last month. 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


t 


KH5YR8 MIBt: Ksroh 81, 190*. 


piebold s*fe * look Co. 


f*t« 2 


- ? v ey exneot to have the veotibuleB and liningefor jaulta 

e wi 1«; * u &s*g?;&5 sw^s** 

and ship aatae one week later, thoce^ior ybuj. ^ docr£l 

follow within three weehs. s *,**.*' the building were being 
one ole eet door for the »lno* trttl U «SdJ*g**Mwnt by 

finished In paint shops. - and /are ready." 

the 6th Instant Vat will he neld until vaults - ana * c 

ihlle It ie raoogRlted that you may disclaim responsibility 


for the statements of the Xpert, nevertheless they were baaed 
upon what appeared to hi* to be the condition and upon the 
representations *ads to him while at your shops. Comparing hie 
statements with those made hy you about e month later. It seems 


tfcst you arc not making much progreoa, 

R* or®otfully* 


(Signed) J. X. Taylor. 


1 


-upervioing irohiteot. 



TREASURY DEPARTMENT 


DENVER,MEW MINT. 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 





Washington April 2, 1904, 


Superintendent of Construction, 

ftew Mint Building, 

Denver, Colorado. 

Sir : - 

The Director of the Mint reports to this office that the 
voucher, in amount $1,600.00, in favor of S. Faith and Company, 
on account o 1 their work for the mechanical equipment, etc., at 
the building in your charge, issued and certified by you some 
time since, and forwarded to the Department for payment from the 
appropriation for "New Machinery, Mint at Denver", has been lost 
or mislaid, and has never been paid. A recent voucher carrying 
a payment to the same firm, in amount $5,600.00, chargeable to 
the same appropriation, referred to the Director for settlement, 
■■dm the customary notation of the prior payment of $1,600.00, 

occasioned the discovery of the fact that the latter amount hid 
not been paid. 

In order that the Contractors may have a settlement of the 
amount due them effected upon a proper basis, it is desired that 
you will consider the voucher originally issued for $1,600.00 
as Canceled, and that you will now issue and certify another 
voucher in an appropriate amount, less the $5,600.00 above re- 


DENVER, NEW HINT. PAR.2,1904. TO SUPT.OF CONSTRUCTION. PAGE 2. 


ferred, to as a payment on account, and forward the same to this 
office for check and transmission to the Director of the Mint, 
for settlement in the usual and customary manner. 

It is suggested, inasmuch as it is understood here that 
the Superintendent of the Mint occasionally makes disbursements 
upon the order of the Department, that you confer with that 
official and ascertain whether by any possibility the payment 


of $1,600.00 on account, above referred to, could have been 
made without the Department, in the absence of the receipt Oj. 
the Superintendent's accounts, being aware of the transaction. 
Having satisfied yourself that the amount is yet outstanding, 
you are requested to proceed as suggested above. 

Respectfully, 



Supervising Arc hi tec 


4. 

O • 


FD 


I I 



Btfur(fiitg(!teamMtal3 rtmWarks 


ALL AGREEMENTS ARE CONTINGENT UPON 
STRIKES, ACCIDENTS AND OTHER DELAYS UNAVOIDABLE 
OR BEYOND OUR CONTROL 


Eugene 

Ernest 

FRCOK - 

L B VOulmeR, r*tcA3 



Apr. 4, 1 04 




<e arc informed oy our men at t e building that you have req¬ 
uested us to furnish an iron trimming also, for the door in back 
of elevator M C” 2 . This was originally shown to be iron, and was 
so detailed by us and submitted to the government’s approval, but 
they changed it to wood trimming, therefore, this was omitted. If 
this was again to be changed to iron, it would cost considerable 
trouble and unn< cessary expense. If, however, you feel that this 


be 


ought tOj^iron and "Wish to order it so, v.e siiali have to make an 
extra charge for this. 

Aw-iting your future commands, we are. 


Very truly yours 


J 

¥ 











J'ermit No,. OFFICE OF $ 

The Denver Union Water Cohrany 

501 SEVENTEENTH STREET, CORNER OF GLENARM 

Denver,.. .. 19Q 

Received from Plunders: 

Dollars for... inch 

corporation cock, stop box, water way and tapping the distribution main on.. 

side of Street, between.. , 

fitid 

Streets, to supply premises owned by 


RULES AND REGULATIONS FOR THE GOVERNMENT OF LICENSED PLUMBERS 

Section i.. Every Plumber shall, before making any connection with anv main or rtnintr ,r,„_i 

connected therewith, give to The Denver Union Water Company, a bond in the penal sum of ?, ny scrvlce pip 

n ci sufficient surety, conditioned, that he will in all things well and truly comply with all tbfTrnU 01153 ?^ dollar ?> with goo 
Company, for the government of plumbers. y p,y W, “ a11 thc rules a "d regulations of thi 

p ^l. S AV w.'r&to'A” “* ““ « tadtoctly, ,o obtain 

,.«»•»** J •°' 1 °" be 1 u» Company, a, dirootod by to m»a g , r < 
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INREPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 
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treasury department 



WASHINGTON April 2, 1904. 


Inclosure ITo • 1165. 

Superintendent of Construction, 

Hew Mint Building, 

Denver, Colo. 

Sir 

There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, approving 
samples of hardware submitted by the contractor for the com¬ 
pletion of the building in your charge, and the approved samples 
are forwarded, under separate cover, for the files of your 
office and your guidance in accepting the work. 

Respectfully, 




kch 



n&rm, * - n. 


April z, 1. A* 


Hr* Barnes A* &cCH>ntglo, 

Leavenwort h, Kaneae» 

Si rj- 

I h&v<2 to acknowledge reooi. t of your letter of the 27th 

ultimo, and * under separate cover, the samples referred to 

therein, submitted for approval in connection with your ocn- 

tract for the completion of the Jfew ‘Unt building »t Denver, 

Colorado, and. you arse adviced th&t the following, as repreeonted 

by such eesipXee arc approved for use wherever materials of the 

character represented thereby are required in the work: 

Composition wet el a&eh chain, 

Sash balance, 

Cabinet lock, 

Saah hook, 

Spring catch, 

Lever latch end Handle#, 

King cash catch, 

Boor hook, 

Bash «toy chain, 

The atcel sash chain la not approved ae it does ne t appear 

that such material is required* 

In the above & .>roval, where appliances are intended to 

perform special service, m for instance, «»& balance, the 
approval is for weehanieei only and appliances furnished ms* 

be capable of doing th» work. 

Bees>eetfull. , 


Supervising Architect. 




treasury department 

OFFICE OF THE SECRETARY 

Washington, April 4, 1904. 



3£r • Lee Uliery, 

Superintendent of Construction, Mint Building, 
Denver, Colo. 

Sir: 


l r r. Drank I'. Downer, Assayer in Charge, U. S. Mint, 
having been appointed Custodian of the U. S. Mint Building at 
Denver, ^olo., and instructed to assume the duties thereof on 
April 15, 1904, you are hereby directed to transfer the custody 
ci said building, all books, papers, and other Government pro- 
erty in your possession relating thereto, to him on that date, 
and to take his receipt therefor to be forwarded to the Depart¬ 


ment for record and file. 



L. 

C. 



Respectfully, 







IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 
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TREASURY DEPARTMENT 



WASHINGTON April 5, 1904. 


Inclosure No . 1168 . 


Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado. 

Sir:- 

There is inclosed herev/ith, for your information and the 
files of your office, copy of Department letter of ever. c.ate, 
accepting the proposal of Messrs. S. Faith .. Company, to sub¬ 
stitute gauges manufactured by the American Steam Gauge and 
Valve Company, in lieu of those manufactured by the Star Brass 
Manufacturing Company as specified in their contract for the 
mechanical equipment of the building in your charge, without 

expense to the Government. 

Fespectfully, 



s 




MX , 


April 5, 15(74. 


3£e»*r»* 8. 'Faith 6 Co., 

Hew Xtnt Building, 

Denver, Cole. 

Gentl^non: • 

Yovr propositi of areh SI, 1 04, to substitute gauges 
manufactured By the American Stem* Gauge and Valve Company, 
in lieu of those wanuf&ctured by the Otar Brass v&rsufaeturiag 
Company as specified in your contract for the mechanical equip¬ 
ment of the B*» -ding > fade, without ex¬ 

pense, i» accepted, i t being understood that ouch change ie not 
to relieve you fro® furnishing gauges in all respects as required 
in the s ecification, a public exigency requiring this change 
in the contract* 

It is understood and agreed that this acceptance in not 
to affect the tiro for the completion of the entire work as 
require* by the tor o of your contractj that the ea e ie with* 
cut prejudice to an r * arid all j'lr.hts of the u''iited rtatcc thore- 
imdcr; and without prejudice, !iieo i to any and all rights of 
the United Sia'.ee against the sure tie* on the bond executed 
for the faithful fulfillment of the contract. 

Please promptly acknowledge the receipt of v is letter, 
a copy of which ha* been forwarded to the Superintendent. 

' qm eetfully, 



e 




P. 


Asf;ist«.nt Hecrotary • 





Telephone Connection 


ALL CONTRACTS AND AGRFF.WENT8 ARE CONTINGENT UPON 8TRIKES, 
ACCIDENTS, AND OTHFR OCCURRENCr^^CVOND OUR CONTROL. 


THC UNITEO STATES MINT. PHILADELPHIA 
HEATING VENTILATING A plumbing installed BY S FAITH A CO. 


< )/w/„ ,K//o/ ll,vAy -//,■,///!„/. 
/'////, >/,//,, ,& lenfi/ufin f, 

2427-33 Pennsylvania Avenue: 


THE WITHERSPOON BUILDING. PHILADELPHIA 
PLUMBING INSTALLED BY S FAITH A CO 


{ountry Work Prompyly Attcnded 7o 


Denver,Oolo.,April 


4 


Mr.lee Ullery, 

Superintendent, of Construction Dew ?!int Building, 

Denver, Colorado. 

Sir 


In compliance with the request contained in your letter of the 6t,h 
instant for a proposal stating the amount we will chnrg* t.o put. in place 
a 4 inch cast iron drain pipe near the east end of the driveway at the 
rear of the " f int Building in this city,to drain to scale pit indicated 
on drawing T To*P-73 of our contract set, we havf* to state that we will 
furnish ,-.nd place said pipe in accordance with the terns of your said 
Utte^ for the sum of T'^TSNTY DODTA.RB {$?,0 # oo) • 

Respectfully, 


I 



c 

o 


r 6 ~ 


kX 4- f - C .<2 




K 
















DENVER NEW MINT. 



IN REPLYING.QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

Enclosure 18. 


Cross file HELENA, MONT., P.0. 



TREASURY DEPARTMENT 




Washington April 6, 1904. 


Mr. Lee Ullery, 

Superintendent of Construction, 

New Mint, 

Denver, Colorado. 

Sir: 

Referring to telegram of this date, enclosed find Depart¬ 
ment letter of the 5th instant, transferring you for duty, 
incident to the completion of the U. S. Public Building, at 
Helena, Montana, to take effect on the 16th instant, with com¬ 
pensation reduced to $2,190.00 per annum. 

You are requested to leave for your new duties, at Helena, 
Montana, on the 16th instant, and on the 15th instant, to for¬ 
ward to this office, a complete report, in line with Section 
XL of printed "Instructions to Superintendents", giving the 
conditions of the work under the various contracts at the Den¬ 
ver New Mint, itemizing all defects, omissions and uncompleted 
work. 

Mr. A. A. Packard, Inspector of Public Buildings, owing 
to the death of the late Superintendent of Construction, at the 
Helena, building, is temporarily in charge, and he will be 
informed of your coming. 

Mr. B. H. Tatem, U. S. Assayor at Helena, has been directed 
to assume temporary custody of the building and its contents, 
and he will also be informed of your detail, with the request 






DEiTVER 1 JEW MITT, &c. April 6,1904. Mr.Lee Ullery. 


2 . 


that he transfer 
Please wire 


the property to your charge upon your arrival, 
the date of your arrival at Helena. 
Respectfully, 



* 


i 



W 



MXHI (H2W). 



TREASURY DEPARTMENT 


WASHINGTON April 6, 1904. 


IN REPLYING,QUOTE UPPER INITIAL, 


OHWARDIITGr 3XP. 
nCLOSURE 1926. 

The Superintendent of Construction, 
U. S. Mint (Hew), 

Denver, Col. 



For your information find herewith copy of office let¬ 
ter of this date, addressed to °. Faith and Company, contract¬ 
ors for mechanical equipment of the building for which you are 
Superintendent, advising them of approval of Howard hose rack 
1 (i igore S) and unlined linen hose, bo th as per samples submit¬ 
ted, which are forwarded to you to-day, by express, charges 


prepaid . 


Respe ctfully. 






DBIV2R 'WM (E^V) . 


MGrD 


Apri16, 19 04. 


ttesers. 

? 


3. Faith and Company, 

#£4£7 Pennsylv? nia avenue, 

Philadelphia, ?a. 


Sire; 

Referring to your contract for mechanical equipment 
of the U. S. Hint (new), Denver, Col., receipt is acknowl¬ 
edged of your letter of the £4th ultimo, submitting sarnpde 
hose rack (H. «J. H. Howard, rig-ire 8) which you desire to 
use in lieu, of the Euhring rack formerly submitted, and re¬ 
jected by this office. 

The Howard rack ie now approved, as is also the sam¬ 
ple of unlined linen hose submitted, arri. both will be sent 
to the Superintendent of Construction at the building. 

Respectfully, 

J.K.Taylor 

( Signed) 

Supervising Architect. 



jp-mnro mnw j£QTT • 



in 



TREASURY DEPARTMENT 


WASHINGTON April 9, 1904. 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Inclosure “ T o. 1187 


Superiit endent of Construction, 
ITew Mint Building, 

Benver, Colorado• 


Sir: 


There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, requesting 
proposal from the contractors for the mechanical equipment of 
the "building in your charge, to substitute instruments made by 
the Western Electrical Company for those required by their 
contract. 


Respectfully, 


KCH 



#~n f 32B, ?tkt 


Apri 




<?, 1504. 


VecrTS • S* Tfclth ■’ Pof-p^y» 
loir ':(int raiding, 

js*nvsr, I'oXomaa, 


Gentlemen;- 


I : ef< rring. to your 


contract for the mechanical equipment 


of the *•* Vint Wiping at Denver, Ccleraie, *nd U* the *«, 
©tone inetnimentc included there!*, for use ^-cn the 


hsard, it ic understood that no work has been done towards 
jna?<inr these instruments, and you ore requested to forward a 


proposal for met ailing instruments s*&do hy the intern 71oc 
trical Co’sipany in lieu of them required V the d^ntract, 
such proposal to he. in two ttesie* one for the total amount 


for m&vinr: the change and one stating amount included for in 


strumentc on panel narked *£*, drawing K,T»-93* 


It is requested that t is at ter receive very prompt 
* attention, and upon receipt of such proposal prompt action 
will ho taken. 


hen peat full;'. 


'Supervising Arc ~teet. 


4 



never closed. 


^rm No. 168. 

the WESTERN UNION TELEGRAPH cnivrra a 

.eaff aSSS" ^HT^SSTts a isr™ Att THE wo „t 

==== === __ ROBERTC. clo wtv ’ “f der **“ ooadltiom named above. ' 4> 

_ _ _ --- WRY| Presid * nt nl Manager. 

RECEIVED., nut. ml m K „,,„ r M 

a - 522 - 0B - 2= Paid, to, 10, 

Washington, D. C Apr. 13-4, 'i - 

Supt. of Constn. 

Both sables of v^-? tBUildiDe ’ ™ R ' ° ol °- ■ 

^ PfcS ° f Taraish submitted by Mc&onigle w„ y, 
approved. ® ■ flave bae n rejected none 

J. K. Taylor. 

Supervising Architect. 


& 





















(?djOJOP, & Mo. April 9 , 1904 , 


ITr • 1*68 


Tillery, 

^upt* 


Denver Mint Bldgs., 
Denver. Colo., 


Dear Sir:- 

With reference to the Fire-proof vestibules 

and Doors we are furnishing for the Denver Mint Bldg., 

wish to ascertain if it w ill be necessary to ship these doors 


in advance of Vaults E# V. G. & M. 9 We have written the 

Supervising Architect that these will be shipped in fifteen to 
eighteen days, end if necessary we will ship these Fire-yroof 
doors in advance,as they 8re in the paint room and can be 
shipped at any time. 

PI ease advise, and oblige. 

Yours respectfully, 








V 


! 


Prest. 


1 






































Printed Heading, 


Philadelphia, April 11,1904. 


Hr.Lee Ullery, 

Supt. of Construction, 

U.S.Mint Building, Denver, Colorado. 


Dear Sir;- 


We will furnish and put in place a 2 inch conduit (similar 
to other conduits under our contract for the building under your 
charge) run from behind the switchboard in engine room,beneath floors 
through walls and into the sweeps room, to be constructed outside 
and at the southwest corner of the building. The conduit to be car¬ 
ried up in the corner to the spring of the arch, all as indicated on 
drawing Ho.247-A, all for the sum of EIGHTY SEVEH DOLLARS ($87. oo ). 

(Signed) S.Faith & Company, 

S. 




DENVER (new) Mm. 



,nreplyihg.quote upper initial. 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT ' 

WASHINGTON April 13,1904. 


The Superintendent of Construction, 


rUK* 


United States New Mint, 
Denver, Colorado. 


I 


Sir: 

The receipt of your letter of the 7th instant 
relative to the trim of door C-ll, to be supplied 
under the contract for the interior finish of the 
building for which you are the superintendent of 
Construction, is hereby acknowledged. 

In reply you are informed that approved shop 
drawing No.E-3,modified by pencil note quoted,is 
to govern,this being done that the finish may oe 

as uniform as possible. 

Respectfully, 


R. 





Form lHti. ( 

t-:*i M 29 1901 1.000. f 


ADVISING SUPERINTENDENT OF REMITTANCE OF FUNDS. 

DENVER, HEW MINT 


Treasury Bcyavtmrnt, 



office OF THE SUPERVISING AROHITEOT. 


Washington, D. C., April 13, 1904. 


Superintendent of Construction* 

Hint Building, Denver, Colo. 


Sir: 


Your Estimate of Funds required during the month of 
April , 190 4, for the work under your charge has been 

received, and you are advised that a remittance of $30,000,00 
to the Disbursing Agent, has been requested. 

Respectfully, 








Chief Executive Officer. 


FAB 




TREASURY DEPARTMENT Y 


WASHINGTON April 14, 1904 


IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Inclosure Ho. 459. 


Superintendent of Construction, 
Hew Hint Building, 

Denver, Colo. 


Sir 


There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of S. Paith & Company, in amount twenty 
dollars ($20.00), to place a 4" cast iron drain pipe to drain 
the scale pit indicated on drawing Do. P-73, as an addition to 
their contract for the mechanical equipment of the building 
in your charge; and you are hereby authorized to certify and 
issue vouchers on account of the work, as required by the 
terms of the contract and in accordance with the printed 
"Instructions to Superintendents", payment of which vouchers 
^he Disbursing Agent has this day been authorized to make 
from the appropriation for New Mint, Denver, Colorado. 


Respectfully, 



XCH 



3 ** 173 ®* ym : 


Apri 1 14 } i 504 • 


v oaar&. ) • . 1th A Company, 

>Tew vint Building t 
Denver* Colo. 

Gentlemeni- 

In view of the statements? and resoaimendatieu contained ir* 
lector of the 7th Instant* fro v - the Superintendent of Construc¬ 
tion for the DV int building it Denver, r^iorado, yeur propo¬ 
sal of the 7th instant, in smount twenty dollars (*80*00), is 
accepted to place a 4* cast iron drain pips to drain the scale 
pit indicated on drawing 'fo* P-73, as directed by the Superin¬ 
tendent and to his full satisfaction, the amount be!r« deemed 
reasonable and a public exigency requiring the performance of 
the work, which ie to be considered as on addition to your 
contract for the mechanical equipment of the building. 

It is understood and agreed that this acceptance is not 
to aff ct the time for the completion of the entire work as 
required by the teras of your coritraot, that the s^o is with¬ 
out pr«judioc to an: and ail rights of the United states t .ero¬ 
under* and witheut prejudice, also, to any and all rl ive of 
the United states against the sureties on the b<n d executed for 
the faithful fulfillment of the contract. 

Please pro mptly aokn:alcd;*c the reoei t of this letter 
s copy of which ia forwarded to the Superintendent. 

Respectfully, 


J 


>.P 


♦ 


rnr 


A s o 1 a* an t re a - 1 1 ar • 


MIST 
UGD 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


3HCI0SUB3 1947. 


TREASURY DEPARTMENT fad 

WASHINGTON ^pril 14, l 904 ' 



Xhe Supe rin ten dent of Construction, 

T J. S. mint (lew), 

Denver, Col. 

04 v . 
ull • 

Referring to a contract with "Messrs. S. Faith and 
Company, for mechanical equipment of the building for 
which you are the Superintendent of Construction, find here¬ 
with copy of office letter of this date, addressed to the 
contractors named, advising them of approval of sample 
self-closing lavatory faucet, which will be sent to you to — 

<3ay, by express, charges prepaid. 

Please note the modification in regard to couplings. 

Respectfully, 


- * 






aw (s^). 


MGD 


;.pril 14, 1904* 


!£eeBrs. S. Faith and Company, 

frZ 427 Fenneylvenia Avenue , 

Philadelphia, ?a. 

Sirs : 

tjq 4»£nring to your contract for mechanical equipnient 
of the J. S. &int (new), Denver, Col., receipt io solaiowl- 
ede ea of your letter cf the 12th instant. forwarding ovlS- 
oloeing lavatory faucet, and you are an vised that sa-re io 
a< proved; with the underetandin,;, however, that faucets 
furnished rauet he fitted with couplings for screw-jointed 
oonr.eotione, instead of coupling for soldered connection to 
lead pipe , &s per sample. 

The sample faucet- will he cent to the Superintendent, 

with copy of this letter. 

Reepectfully, 

r 

i 

(Signed) J.K.Taylor, 

Sup e rv is i ng Arch i t e ct. 

L C2K 


» 


/ 


fiBHVER, 1THV I.IIITT 




TREASURY DEPARTMENT a /£> 


Washington April 16, 1104. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHTHAND CORNER. 



Superintendent of Construction, 
- ; Hevx Hint Building, 

Denver, Colorado. 


Denver, Colorado 


Sir:- 


I have to acknowledge receipt of your letter of the 6th 
instant, relative to painting copper work at the ceiling light 
in second story and ceiling of transfer room and coiner's room 
in first story, and you are directed to have the material left 
without painting, inasmuch as painting is not required by the 
contract. 


Respectfully, 


KCK 





/ 



TREASURY DEPARTMENT r. 

OFFICE OF THE SECRETARY 

WASHINGTON, April 16, 1904 


Superintendent of Construction, Mint Building, 


Denver, Colo. 


Sir: 

Department letter of April 5, 1904, relieving you 
from duty on tlie Mint Building, Denver, Colo., to take effect 
April 15, 1904, and detailing you for duty on the Public Building, 
Helena, Mont., to take effect April 16, 1904, and reducing your 
compensation from the rate of $2,900.00 per annum to the rate 
of $2,190.00 per annum during such detail, is hereby revoked; 
and your services are hereby continued on the Mint Building, 
Denver, Colo., until further orders, with compensation at the 
rate of $2,190.00 per annum from April 16, 1904. 

You are authorized to issue and certify vouchers for 
your services accordingly. 






PRINTED HEADING. 


Denver ,ColoApril 21st,1904. 


Mr .lee Ullery, 

Supt.of Con struct ion,Hew Mint Building, Denver, Colorado. 

Dear Sir:- 

I have this day made application to the Board of Public Works of 
Denver for permission to excavate under public pavement on South 13th 
Street and insert in said pavement a pair of iron doors and frame accord¬ 
ing to plan No.24?-A, for sweeps cellar. The Board declares that they 
are powerless to issue a permit for said work to be done,stating as a 
reason t?iat a Decree issued by the Supreme Court of Colorado prohibits 
the granting of such permit by said Board. Yet they state that we can 
proceed to do the said excavation and insert said iron doors and they 
(the Board) will not object or raise any issue. Now,Sirj it does seem 
o us tha J this is rather an unsafe proposition,as any individual could 
if so disposed,stop our work by injunction or otherwise at any time after 
its beginning. Now in order to overcome said possible contingency,! 
vvoulo propose to make the same size and kind of excavation under the re- 
t.xiuing wa n on the South out into the driveway and insert the same kind • 
of iron c-oors and frame in the driveway as shown by the plans. Thus in- 
Sliri?le U ' e °P 0riin S and excavation on the U. S.Government *s own land, 

lf thlS propos<a ™eets with approval, we will make the change with- 

y a<Witl ° n ' a exponse or 00st t0 the Government over and above the 
Present contract price. 

Very respectfully submitted by 

(Signed) James A.McGonigle, 

Per C.Anderson, Foreman. 



TREASURY DEPARTMENT 

OFFICE OF THE SECRETARY 

WASHINGTON, April 18, l? 04 


Mr. Lee Ullery, 

Superintendent of Construction, Mint Building, 

Denver, Colo. 

Sir: 

Department letter of April 4, 1904, directing you to 
transfer the custody of the U. S. Mint Building, Denver, Colo., 
to Frank M. Downer, Assayer in Charge, U. S. Mint, on April 15, 
1904, is hereby revoked. 

Respectfully, 

C. L. 

T. 





DENVER MINT,NEW 



IN REPIYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


(ENCLOSURE # 268) 


TREASURY DEPARTMENT 

WASHINGTON April 19,1904. 


The Superintendent of Construction, 

U.S. Mint Building, 

Denver,Colorado. 

Sir: 

There is enclosed herewith for information and file a 
copy of Office letter this day addressed to Mr. James A. 
McGonigle,together with one print each of shop drawings Nos. 
270 and 271, therein mentioned,showing doors,grilles,etc for 
the Sweep Storage Room in connection with the building for 
which you are the Superintendent of Construction. 

Respectfully, 

car* ill, & 

*-<* Supervising Architect. 

mm S* 



DBHVBB viht.hbt. 


fKMCI.Or.URK #389) 


April 19,1904. 


James A. fccGonigle, 

Hew Hint Building, 

Benver,Colorado. 

Sir: 

'he Office is in receipt of your communication of April 
12th,transmitting,1 b quadruplicate,shop drawing* for door*, 
grilles,.to.,in oonneotion with Sweep Storage Room,new u.S. 
MlDt Denver,Colorado,ana i„ reply you are informed 

that said drawings have been given Office number* 270 and 271, 

and two sets of the prints are herewith re turned, approved as ’ 
to general construction. 


Respectfully, 


«*• K. Taylor. 

Supervising Architect. 


B. 




I 


I • 


DENVER MINT new 



l reasury Department 


ENCLOSURE #364 


OFFICE OF THE SECRETARY 


inifiaL vn upper right-hand Washington, April 19, 

corner must he referred to. 




1904. 


The Superintendent of Construction, 
Mint Building (new), 
Denver, Colorado. 


Sir: 


In view of the statement and recommendation contained in your 
letter of the 30th ultimo, you are hereby authorized to accept the 
following proposals, copies enclosed, for the purchase of designated 
materials at the building under your charge, the same being the highr- 
est bids he could obtain, the old materials to be removed at once 
from the premises. 


D. Goldstein, 

fence around site , 
stone flagging, 
cast iron pipe etc. , 
scrap iron etc., 

G. w. Githens, 

Superintendent's office 
building, 

Hyman Lifshitz, 

manhole cap stones and cast 
iron covers, 


$ 70.00 

155.00 
148.00 
65.00 


$ 90.00 


$ 5.00 


♦ 438.00 

90.00 

5.00 


Please secure payment of the purchase money before removal of 
the old materials, and deposit the proceeds of the sales with the 
nearest United States Depository to the credit of the Treasurer of 
the United States on account of “Proposals for sale of miscellaneous 
matsrials. w 

In the event that the highest bidder, in any case, fails to 
carry into effect his proposal in accordance with specifications on 

file in your office, the amount of proceeds of certified checks will 





DENVER, MIKT new, April 19 / 04 J 


supt. of con. 


Page 2. 


be forfeited, and you are requested to advise the Office of « 
supervising Architect thereof in order that consideration may oe £ .e 
to acceptance of the next highest hid in any given case. In this 
connection you are also advised that the certified checXs submit tea 
by all bidders will be held until receipt of information from y^u 
in regard to the above. 

Respectfully 






Lr*+Ansr SArtretary* 






extract copy. 


PROPOSAL FOR OFFICE BUILDING AND OTHER PROPERTY AT THE U.S. 

MINT BUILDING, DENVER, COLORADO. 


Denver, Colo.,March 30,1904. 


Superintendent of Construction, 

Mint Building, Denver, Colorado. 

Sir:- 

I hereby propose to pay for the U.S.property offered for 
sale, the following amounts:- 


*-**-*■ X-X-3HE-* X- X-# ¥r * 


.it. 

ji. 




For Superintendent's office building- 


$90.00. 


££*-£■** X X* X X-X-X X X-X-X^X XXX 


( Signature ) G-.W.Githens, 

( Address ) 218- I5th st. 

Denver,Colo. 



I 


EXTRACT COPY: 

proposal for office building and other property at the. 

U.S. MINT BUILDING, DENVER, COLORADO. 

t * 

Denver, Colo.March 50,1904. 

Superintendent of Construction, 

Mint Building, Denver, Colorado. 


Sir:- 


for the U.S.property offered for 


I hereby propose to pay for the U. 
sale, the following amounts 




-$70.00 

—$155.00 


For fence enclosing site 


For stone flagging— 


For cast iron soil pip© cleanout 


frames and covers 


$148.00 



For the v/rough iron grilles^and Jbeams, 


.$65.00 

5P5PX JOSH* 


( Signed ) D.Goldstein, 

( Address) 1240 Lamer St 







EXTRACT COPY: 


PROPOSAL FOR OFFICE BUILDING AND OTHER PROPERTY AT THE 

U.S.MINT BUILDING, DENVER, COLORADO. 

Denver, Colo.,March 28, 1904. 


Superintendent of Construction, 

Mint Building, Denver,Colorado. 

Sir:- 

hereby propose to pay for the U.S.property offered 
for sale, the following amounts:- 

i-**^**-*-**-***** x- x-x-x sse :■*issbbssk 

For the manhole cap stones and cast iron ^ nn 

covers for same- - 

& X-X X 3P X X -XX XXX X- X X X X X- 


m, 


j 



( Signature) Hyman Lifshitz.. 

( Address ) 1336 Evans st., 

Denver,Colo. 




Address ail communications to the Company 


qi 


JShe Denver Iron Wire WorRs Co 


STRUCTURAL AND ORNAMENTAL IRON AND STEEL 


All agreements subject to 
strikes , accidents or other 
causes beyond our control 

!40hS‘5’7 Market Street 

Denver, Colorado, Apr, 28, 1S04, 

Mr. Ullery, Supt., 


U. S. Mint, 



Denver. 

Dear Sir:- 

In line with our conversation over the 'Phone this morning, 
regarding elevator enclosures for Cheyenne Post Office. As requested 
by you we will proceed with the assembling of grille work for these 
elevator enclosures with the under standing that if any additional 
material or labor is required,by the supervising architect, to stiffen 
the bars, same will be applied after grille work is assembled; and if 
this is necessary we will be advised through the Cheyenne contractors, 
Messrs, Porster & Smith, 


J • J 1 / 

Yours truly, 

THE DEHVER IRON & WIRE WORKS CO, 


t 


i 






jeenver MINT. 



in REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


. . f2- 

TREASURY DEPARTMENT £ 


WASHINGTON April 23, 1504. 


Enclosure 37• 


Superintendent of Construction, 
U. S. Mint (New), 

Denver, Colorado. 


Sir: 


Enclosed find copy of a report, dated the 18th insta,nt, 
as the result of an examination of work under the contract 
for the mechanical equipment, &c., of the "building under your 
charge. 


Respectfully, 


Construction* 


Hint, Suilding, 

Denver, Colo,, April lfl,XP<M* 

Th* Suporvi sing Architect, 

Treasury Department,, Washington, D.c* 

Sir 

in compliance with Department instructions of April ^nrt.lPOA(init¬ 
ial ?.^.W.),1 have visited the United States Mint (new) at Denver^olor- 
ado^nd hr.v* made an examination of the work installed to date in con¬ 
nection wl*>. the Mechanical Equipment(except engines and generators hin¬ 
der contract with S»?alth A Co» of ^hl?.a< elphln,Pa« 

1 a 1 so made Investigation as to the relay being caused by this and 
other contracts,and the general prnppects of more vigorous action on the 
pvt of th* eon*rnotors and the early completion of the *ork. 

The me char! cal equipment work has undoubtedly been the cause of de- 
l< k y nr ce-taJn parts of the general contract,and is still preventing 
vork being done In some directions; but the work delayed at present, need 
net caws* d*lay *n completion of the building,if materials arrive prompt¬ 
ly and the work Is pushed# 

While tua general contract work prevents to a limited, extent com¬ 
pletion of the mechanical equipment in certain particulars,these delays 
*i?X no* affect materially the time of final completion of the latter 
ten tract • 

The delay in receipt of hollersCcnly two being yet at the building);: 
and i*> receipt of the indireot heaters and air supply fans has prevented. 


pupervisin*; Architect. 


Th# 


2 


son*.*®** in * h « basement be in*; dona, and this,and She failure of the 
Mint authorities waking 1napooti on of oi? tanks is delaying some work 
of the approaches. The delay in receipt of ventilating fans has caused 
r,om« parts of the attic to ho loft unfinished for the present* 

The marble work under both the genera? contact and neehani oa? 
oquipnont contract has caused delays to both ftf said contracts. This 
worfc for both contracts Is under the sumo sub-contract errand while con¬ 
siderable marble Is now on hand* set. and bo in-; set, other work in both 
contract# is being delayed. The marble has been slow both in shipmont 
and in transit,and has been shipped in such manner as to prevent the 
completion of the work at any one point,and just now an insufficient 
nunbP v * of marble setters are available. 

1 can state ^however* that at this tine conditions have improved in 
ovary way under both contracts,and that there is every indication that 
Mh» *ork throwhowt will no* progress mpitU.y «** he.-nonlously n«m 
cQflipleiion • 

_._ H -— 


The 'vo-k that >ms V**n exwwbM under t,he fnwhwitwa equipment, eon- 
bo* hne been rtone In seMrthM* *».«* the eonir««l,*xcent, j n H 
'W'ces which sore W U«A *• «T »**«>««» * * h * *»*«•*»*.*«* nnri Jn- 
'*«ior,Hnrt the fluperlntsmlen* 1* «<"» *»**«# f ’ h « «°rr*«t,ions mrt« end 
*in L Hrt.hief.nont of t,h. neoessory «.*»»*!«». The** Urns ore ** 

^ 1 0,v 8 . 

1. Severn! tubes of the boUers h,we been bent while In tmnslt; 
^ nil be taken out, when the boilers ere set, up nnO new tubes put. In 




The Super*} sine Architect,- a 


the 1 - place. 

f. Rone of the vent duets have wide surfaces that are not ^ 

with angle Irons; this bracing will he placed. 

?. j)r<p nine from exhaust head above roof has heen omitted; Ah) « 
ilj.I. h« p.,t, ).n and eonneetert to drip from bottom of exhaunt pipe. 

4. the economiser is constructed and sot wo A ho* connections < '" n 
no’, he nod" t.o permit, of one half being used for her. tine hnu water, 

,ved to attempt to mho changes to accomplish this result would. «WM "V 
Jectiomblo conditions in other respects; «o J recomend, that the eoone- 
nlser remaln as at present and ha»e connections made wo that jt oan ho 
used for ei ther heating feed, eater or for heating house w«t« r ,thc entire 
economiser being used for one purpose at a time. The Superintendent 

*U.i obtain proposals for this change and forward. 

5 . Rome of tho old east iron drain rire removed from tbe first 
svstem>the property of the Oo.srnment.has been used for pipe sleeves in 
the wall; the Superintendent will ebtain a proposal, for deduction on 

this account and. forward. 

fi> T h„ conduit .wire and ’unction boxes at outside standards have 
teer, omitted from the general contrasted the conduit and wire of me- 
Chan’ca.1 eonipment contract has been ex’ended from location of Junction 
box *s „r into the standards; this ohangs is an improvement, and. the «on- 
tmotors have been requested by the superintendent to submit proposals 
for .he changes which will be forwarded, when received. 


X 





The Aeehi 




•4 


' h< * e«n*r ft }. condition _ 

BSflhftntofti n „„, " ' W ° rk ,,nci! "' w * r *ooa sections of the 

1 contact fol . . 

WWW J, P1 . follows, 

AU 0n ,t C ,m '' P,P, '" C *’* 5,,n, " h " f *»«•* Roons. 

‘o * -y rainor ^ ^ ^ “ 

e«»oh he.alna.oeaenool. „ Bn „ . . 

«W cover, **» ,* Bl ‘ " ' wri th * w "»* «>*er tanks 

1 •'.•.U hydros, and hose connecW.cn* are tn place. 

The mrhi.e work or toilet ro«„. 

w,th fthet the * " n0W 0,,f ’ 7?X *""«* «•.**** *r 

"*"* I ' r ° POrt,0n of "*«*•> ranted hraoing.ete. 
rcp V"' ^ ' llmHne fiX% " r ** *" **« }, ' rc * **”•« toilet 

1 " T; " ^ ~ - **. water .,„d 

w^pt.i* nlnfrup* 1 

I **’'** ^ f ' nnr ” Wh * r< ’ ls Cft .l?ed for have not. , hM> 

* the n00P * iR tone* room ft r, ,r ,„ece " “ 

^oodrork under Plnnhine has not been placed. 

R^U^rs In toilet roon, n.M aet where nerHl.. in r ,, n<) 

The mrhle work R nd flooring or toUet roona la expected tn he 0 c n . 
f .e tetI . werr eoon.wMch w,.u he followed Imedlntely with the aett <nc 
•tonoetinc of fixtures and jOaolnc of woodwork. All the Plunhine f^t/ 
>,r. except etor.e alnka and wash howls nr* nor en h 

^ h> * * # ®* lon of th o work is estiwited to he «0X cowpleted. 

^LZ lWf ,U, Steen Power Plant, Ac. 

The hi C h pressure stenn drnn is now hein tl erected and the s.n«3l 





The Super’vi i*jn£ Architect 


*> 


Hitjh rressuro and practical!v ,oi 

# * »»♦«*» 

place• The min exhaust pipe is 


the medium pressure steam pip 1 Jig la in 
In place from heater to roof with ex- 


hni<6 f » head also in place,and exhaust pipe is in place from draft fan en¬ 


gine* Practically no drain piping arid very little drip piping is in¬ 


stalled* %> blow-off piping is in place,but the vapor pipes fron blow- 
off tank and drip tank are in place to roof. The water pipln t , under 
this section of the specification has not been run# 


Two of the steam boilers are now in the building and being erected* 
t>»« co!u?*mt5 s girdere and foundations for these two being in place. Por¬ 
tions of the other two boilers are now being delivered at the building, 
anf> the ~ena?ning port ions have been shipped* A nenber of the contract¬ 
ing firm,who is now here,states that the trouble and delay in getting 


the boilers was caused by the failure of boiler mnufacturer,naking it 
necessary to take action through the courts to secure possession of and 
to complete the boilers. T h * Hawley furnaces are net yet at the build¬ 
ing,but reported to be in transit* Boiler fronts not y«* received at 

ih« building* 

rhe aaok-. 8 t« 0 k .aid snoko bonder *r. J.n Mm*. but, t.he broo.hJ.ne turn. 

_ *n Krttt<n< s are started* The draft fan and its 

m i>o placed until boiler se^-ngo 

* . i Anmn ut ft and connected to smoke header and to the 

*igin* arc in place,complete,an< 


ring* 


Tb. MmH ».r J* in MM* «onrlet..exo. r t i«* o P .r ft t., ne w *. 


nr. Tho 


. Aft nreviously stated, the connections to 

•ctor is at the building. As vr 

. . . ^ differently fron what 1 a shown and cal.l- 

Hononlser will have to be mde w*" 

% _win hn forwarded by the Superintendent. 

H for, proposals for which via., 

Th« r.’.-itform «v.r smoko h*nrt.r,.»«.,00.3 miM.Wltr trlnnJn 6 *..» c 





?h> *.nc 
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0MK k»* be pl*««A until o»her work io further ud*ftnoe<U The h0 *** 
ie in pl*o* «.nd pr*a%l6*ll* oof«iplet*»exo«pt the pitting * r ' c oonneot.nt 

of "inter* The rwtor iff #*.t the building* 

The holler feed pumps are set up complete and ennneeted,*xoept to 
the exhaust, and drip mains. The two house pumps a-* set on their founrtwr 
t Ions shut the motors are no* yet set and no riping is in place, The 
ai>- compressors are ready to be rinsed on their foundations. 

The pressure tank for house water supply and the air storage tank 
are in place on their foundations,hut no connections made therefrom. 

The fresh water storage tank Is not hum, though arrangements are now 
V.tng for its consfuotion.ns the artesian well is no* completed 

to it* proper dnr.t,h» 

The drip tank is in place complete, except its cover,which is ready; 
to pJaoe. The corh-ifugal rump and motor for drip tank are not yet at 
the building. The blow-off tank is in place and conneetlon therefrom 
nude to sewer and to vapor pipe. 

Th« medium pressure separators are in place and. the high pressure 
separators will he placed when their steam main is erected. The pres¬ 
sure reduelni; waive* and the hack pressure «mlve* are in place, hut 
drip pet u not in place, and no steam traps or drips are in place. 

The open feed water heater is in place and par»ly connected. The 
ho' »at.er storage heater Is not in place, or at the bnildine. 

Th« pipe trenches under this section are only partly formed and 
•he ! r#B „ ork of „, w e u not placed and cannot, be set or the trenches 
compietus i ! n*ii. other work is further advanced. 



Tho 8wpw vising Architect 
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This sect}.on of the work l* now coning along vary well^and the np 
pi lances and auxiliaries nr« being received and the work generally is 
being pw*ha4. 

?bo estimated amount of work muler this section now in pi aft* is 

42 -r/' 4 > 


£7)071 Hi 122jl Heating and Ventilating Apparatus . 

T3r 'lobster v nct;w» System has beer approved for this vork c and the 
pnaps therefor are sot on their fevndut?ons,but no connections made 
tbe r ef'>*& pj. 

AH the low pressure si ears pipl^C is in plnec *xe*p* connections 
for th« air heating coils, and a’1 return piping abc v e the basement is 
in plafle complete. 

The direct radiators are all in the bulJdingsand-Sxeept in a few 
instances, h-o connected up in their permanent positions. The indirect 
or air heating coils are not on hand, but are reported to be in transit 
vi t h t h $ f;i,n s and mo t o r s • 

The pipe trenches With their border plates generally in place 
whfr*o called for under this section, and a small amount 05 the cover 
Plates are in place but not finally fitted. 

The air filters,cone fun* suction and force chambers pampers t c t-e., 
H*e not been placed or any work done in the bn Udine in connection 
therewith. 

Hone of the disc fans, the exhauster or their no* or* are at the 
Gilding, but they are expected shortly Ravine bssn shipped a bon* the Is* 

instant. 

A13. caiwanixed iron air and **nt ducts are in place 5 except, sons wor> 
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at «* v,,, 0M fitn o^r, ** «*»„ , 0 th , lnrc# As ^ 

hereinbefore, *<** brecine of h** tp h , <(fiKe . 

ft' '(■: ( ‘UB9 pin# tfuctfi * rp } n pJ HC#t 
T hi * faction Of th* ynrJr i. sl * * 

• ■• * - S M f*» unuiwi «* rrMtJoaM# until. *j* 

Of he*,to** T *«v, a a+/% , 

>**’«>> and upon *h«ir * Ml ^ ^ nft , h _ 

in, MP^ tho ,nr?.<i promotion of ti* work «h*ew *h> 

~ ^ oTXfWjuoh the contractor^ 

h;vv« prowieec to Pmw* <(ono. 

.*\no\mt of* 

K <?on]v,fltod tmc^er this . , 


65/. 


ration iv. 


Switchboard. 

worK in connection with tho matchboard 
*>m tiding. 


hfi* boon done nt the 


~ •**”•&« °nnr:^it ; , n( ? virtue Breton. 

runp ^ <,nn,, ' ? ' t ,S ,n ^ "“** fi0W ln « %h „ c „„ r , 

wnv : .r C9nflrHt4n6 rr ' OI " S ^ tW * ^ — *• ^ <-:on- „ntu e ^ ln 

Ahn-.f fM nf th „ f. P „<, rp h,, Vfl h,. w p|t i,„ d ir t}e v , 

*'ihOlJ* QOf _ j. . ,. . ■ -. v. *3 *v< >{, »v.T,tO 

' * Circuit ’*Jrn« hftwn hflop ;<tii7«» ( i )„ 

fee * Pm „„ , lA . 1 ‘ (1 ' n * Th « < 1 .?uy Jr J A v 

prevent*: m*71iykir 

P>..IJn B }R o' RMH. O' the oJ.ro,at. s . 

• -'• vo.'jooo o,m #t ^ ether hexes t floor hrx#l , , 

^ ^ foe o„t R J,e JUht ; ^ f 

- -.'«:r:;; ..- »• 

*■ —.::„:;:::; p ’**• ^ ... *■ —.— 




The 3#rarylft4xifi ArcMfceet-a 


AJ.? the anbiiMts for MatrMmUon kttets are in place.nmi *h* t. n »- 

lets frjr SKn * *“« »* **• totUine together with most of the front a Jor 

♦ 

skpi© % 

AU conduit *>.nd boxes hr, j, n ror telephone,clock «nd firo 

aJhrn systems, and also other spoolai conduits called for. 

Th * VRr * is ** - { ‘ nr nttvanccd os As possible and has very u%m 

t.U and. Is nos causing no delay whatever in the other wrk. 

I. J s estimated that PO> of this Motion of tho work is completed. 

S-rnn-r vi. m*«*r t e Elevators. 

Th« throe electors machines ar* in pine* conpletn„and also tho 
ov-rh«/\d ^ork* 

n,R romrloto in. one shaft,but not commenced in tho other 

two shafts* 

*■' ? *»n*t m*** a**« not ot hni?.citng. 

All t»,o enhl.ee for this work nr* at- tho hnilfine,and n sanplo has 
1> or, sent to t,h« of’ioo for analysis to rtotor-nj.no as to its oomrlyi.ng 
^ith tho spool tication hofore sano «ro strung. 

Th ' 8 v< ”" V A5 V " ,1J <',rtv ft noort and there is no*Mne to present its oarjy 
fturlotjon, tho estimated amo«n* now oomrlotod is fQg, 

SR- ? O’" vj j. ■’ on-honf.noting ro»orjngs. 

.0 n.-r-r-tm-.- ef tnc coverings have he*a placed, and no nr-roved 
*' l ’ W ** h! ” n ^ or > -eoel , ho hull ding. ' 


Th * C ° n ^^ 0r for "»****i.«0 oftiipmont realises -ho , nporfftnfl 


* Of 
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TREASURY DEPARTMENT 


Inciosure 656 


WASHINGTON April 27,1904. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction 
New Mint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for ’■our information and the files of 
your office, a cop}' of Department letter of even date,accepting 


the proposal of S.Faith & Company, in amount eighty-seven dol¬ 
lars (§87.00), as an addition to their contract for the mechani¬ 
cal equipment of the building in your charge, to furnish and 
place a 2” conduit from back. of switchboard in engine room into 
the sweeps room; and you are hereby authorized to certify and 
issue vouchers for the work, as required by the terms of the con¬ 
tract and the printed "Instructions to Superintendents",payment 
of which vouchers the Disbursing Agent has been authorized to 
make from, the appropriation for Mint Building,Denver, Colorado. 



Respectfully 



JSS 







r ;.3UT- 


in< 





TREASURY DEPART Ml; NT 

C' ' / 

WASHINGTON April 27,1304. 




-nte"lent of Construction, 

wer ,C'ir.‘ Building, 

pen-'er.coiorado. 

Sir: 

I inclose herewith, for ^our inf oration and the files of 

, fQUr off-^e, a copy of ?)epartment letter of even date,accepting 

/ 

tne proposal of S.Faith & Company, in amount eighty-seven dol¬ 
lars (£ 87 . oc), as an addition to their contract for the mechani¬ 
cal eq-ipcent of the building in your charge, to furnish and 
pl&co a 2 * conduit from bao’t of switchboard in engine room into 
rooEjand you are hereby authorized to certify ar.d 

mU8 " W:;i8re for the »<>**, as required by the terms of the con- 
tract and the Drin+a,* «t 

instructions to Superintendents" ,payment 
make fror the * ^ Disbureiri S Agent has been authorized to 
* ai,W ° mation for Mlnt Building, Denver, Colorado. 

Respectfully, 







rk 


d < r *> j 


er , ;ieing Architect. 










s.^aiih * co. # 

ParutfvylTaajLft A»nmn> # 

Philadelphia,?** 

• Gentler*n: 


Aprils? ,i v.y. 





la v i»iv? of the *tatenant and r©co~? .«md*tior< contained 
X i o*' Vi- l*>th instant, fr©Tr the Superintendent of roa»truo- 

* 10 -' *' l ' :l n •' r ‘ ■ i?*v Uuiidlng , CoXor^do, your propoa* i. 


'V iry\ the ilia inathht, ad<ira**»t to hir, in amount eighty-*atr an 
dollar*) ($#7*0C) # is hereby accepts 1 , an an addition to your con- 
trrfct for tne raohanloax equipment of t'w building, to furoioh 
en\ place a 3* conduit fror bacX of switchboard in online roora, 
i <10 tn«* bwoop* roor, in accordance with the torn,- of ronr pro- 
I*p* 1,and to the ft&Vii* fact lor. of the Superintendent, a public 


©U£*ncy requiring the It: .edict« parforrhho* of the vjor^. 

It in understood and agreed that thin acceptance in net 
to affect the tine for the completion of the *o^. nr* required by 
t ie ter* * of your contract;that the *a*» is without prejudice to 


® !, y and all rights of the United State® thereunder;and without 
<'/»judio* # also, to any and all rights of the United State® again*t 
the sureties on the bond executed for the faithful fulfil 4 reut of 
tie contract* 

Picaac acknowledge the receipt of tnlw letter* 

Xoapactf illy. 




JS 


Acting Secret*—* 



CTT (H3J). 
MUD 


IN RCPlVlNO.QUOTt UPPER INITIAL, 
RIGHT HAND CORNER. 


qLf 

TREASURY DEPARTMENT 

Washington April 26, 1904. 


ENCLOSURE 569. 


The Superintendent of Construction, 

U. S. Mint (New), 

Denver, Col. 



Sir: 


Referring to your letter of the 15th instant, for¬ 
warding sample of elevator hoisting cable delivered at the 
building for which you are Superintendent of Construction, 
find now herewith copy of office letter of this date, ad- 
aix-Ksea to S. Faith and Company, contractors for mechanical 
ecmipment, advising them that said cable is rejected, as it 

is steel, not Swedish iron as specified, and must be re- 
moved from the premises. 

Please furnish sample of the new cables when same 
are delivered at the building, and do not allow the placing 
of same until th<?v are formally approved. 

Respectfully, 



% 


Sf.s 


DSBV3R f Hj.V. YIIiT) . 
MGrD 


April 26, 1904* 


essrs. S. Faith and Company, 
v 2427 Pennsylvania Avenue, 

."hiladelpliiu, r> a. 

Sirs: 

Referring to your contract for mechanical equiprn»nt 
cf the J. S. 'dint •t‘ev7 1 , Denver, Col., and especially to 
elevator work induced in sane, you are advised that a sam¬ 
ple cut from the elevator hoisting cables delivered at the 
building has been tested in the laboratory of this office, 
axad found to be steel, instead of Swedish iron reuuired by 
the cpe cificat!on. 

Pjaid oebleE &re therefore rejected, and must be re- 
riCV€?t frczi /ne piemises, and in lieu thereof you must furnish 
cables fully in accordance with specification requirements. 

Copy of this letter will be sent to the Superintend¬ 
ent of Construction. 

Respectfully, 

(Signed) J.K.Taylor 

Supervising Architect. 


L CEX 


DE1JVKH M1!TC. 
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Inclosure 709. 


treasury department 


WASHINGTON April 29,1904 


IN IMPLYING.QUOTE UPPER INITIAL. 
RIGHTHANO CORNER. 


Superintendent of Construction, 

U. S. Mint, 

Denver, Colo. 

Sir: 

There is inclosed herewith for your information a copy of 
a report of the 25th instant, made hy Mr. J. p. Bergin, Vault, 

° afe expert, in relation to the vault work to he install¬ 

ed in the building under your charge hy the Dietold Safe & Lock 
Company. 

You will note that Mr. Bergin has ordered some minor changes 
!nade ln the work * which have the approval of the office. 

Respectfully, 




Denver Mint. 


Cleveland,Ohio, April 25, 190-r . 

The Supervising Architect, 

Treasury Department, 

Washington, D.c. 

Dear sir:- 

On instructions dated the 16th inst. I visited the works 
of the Diet)old Safe & Lock Go. on the 18th inst. and remained 
there for the succeeding four days, making careful inspection 
of the vault work for the mint at Denver,Col. 

Reports,except the mass of £1ir details, developed from 
clay to day, could not he made there, as the vital question of 
whether there woul he objection to the shipment was not determined 
until evening of the 5th day, too late for a summary to he properly 
presented without losing the business hours of the next day and it 
is h n : ed you herewith. 

The four smaller vestibules were standing and attached 
to tin ir linings. The wrk of hot riveting the lining 

U 

connect ions, with pneumatic machines and hand hammers were necessary 

was progressing. Three sets of outer and inner doors,with all 

« 

holt work, lever, and hinge attaohenents, were hung in places and 
thr work of finally fitting them to the jambs begun. The outer 
floors were fitted perfectly before X left. A different set of 
•orkne.n had the inner doors to do and both sets could . ot work at 
the sane tine, so that hut one inner door set was completed, 
ihe sna^T^ioaranoe between inner doors found was 45-3/4", 

The moveable thresholds were oompl to in themselves, 

?ney nust ho fitted to the floor beams, etc. at the building. 



The bridges were not no far along. One of them was net up 
temporarily to prove its properly working. The thresholds and 

r 

bridges are generally alii e, otli to operate by foot trips. 

The projections of the trips were removed at the Bureau of 
« 

Engraving and Printing, because that the middle one of the three 
wheel trucks used would move the trip and drop the load. I or that 
sane reason, I ordered those projections removed and a tennoned 
end rod furnished with each set to operate then. This va 11 
delay them, one day on the four sets but they will make no extra 
charge. 

The frames of the day-gates v/ere gotten ready to 


han^when the same trouble that occurred at the Bureau developed; 
in providing for the clear entrance to the vnit, no account was 
taken of the extra o e inch, 5 ply plate under the look and operat¬ 
ing mechanism, nor of the angle stopper on the right side gate. 

Tim angle would strike the projecting look and reduce the opening 
1-3/8 inches, too gr' at a projection o: the gates. An ifciually 
serious objection istliat the tliresholdn have a 1 /- 1 /P per cent 
incline and a truck man, who approaches the gate to unlock same 
and draw it towards him, would have too much trouble with his 
load to care for the look. X ordered the gates to svJ.ng into the 
vaults and that stoppers be provided . icy will make these changes 
also without extra charge. It will delay the work three -ays. 

shields parts werdalso temporarily as ambled 


The jamb 


) 


for trial.on account of low wheel trucks used largely,I ordered the 






bottoms of the shields sot hut 6 in. from inner jamb oar instead 
of the 8 in. height shown. 

The above three items of changes altered in ‘‘-ho ,.orlc 
received your approval when made on the bureau sets and I earnestly 

request your approval of sane for the Denver hint. 

All other details of the work were found to be as shown 

on the approved prints and as speci 3 .ied for* 

The four linings were to bo takeiilown, painted again, 

and, with their vestibules,shipped in 12 working days, the fifth 
prox. The doors will be held for final adjustment of all 
plated work,etc. and with the gates follow in twenty days, 
arriving by the time the rough work in assembled in place. 

Work is progressing rapidly on the Storage vault, hxcept 
for what fr in rfr lias been previously repo ted as to sti t oning up the 
vestibules, no changes were deemed necessary. Several gangs of 
men are employed on it and it is expected to ship the :(Qjh Parts 
for erection in place within four week f on April 22 , or the 20 th 

prox. 

The six vault doors and ono closet door j or who :..inor 
vaults are to be forwarded with the first shipment. They have been 
ready for some time. 

No one at the shops doubt tliat the entire >.03 k will 
he completed hy July 15 th next. Kaoh of the five vault nets is 
& hive of busy workmen from the various departments, each assembling 
their ovm details into the completed '..'hole, very oj. ten i:i oaon 
other'n way. uad the same diligence been possible .hen the con¬ 

tract was let,the work could have been completed six month; 


LB 







earlier than it in ,nou possible 

ft 

I 


► 




? 



vault t Safe 


& LooK Lxpert. 
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PRINTED HEADING. 


Philadelphia, April 26,1904. 


Lee Ullery, 

Superintendent of Construction, 

U.S.Mint Building, Denver, Colo. 

Dear Sir:- 

We will put in place the conduits and wiring, as an extension 
of conduits and wiring under our contract, from near the foot of lamp 
standards at driveway entrance and to extend up to the top of sa,id 
standards f° r lighting, the condmits and wire to be similar to that put 
in place under our contract for lighting said lamps, in the building 
under your charge, for the sum of TWENTY ONE DOLLARS .($21.00). 

(Signed) S.Faith ft Co., 

S. 



PRINTED HEADING. 


Denver, Colo., May 3,1904. 


Ur. Lee Ullery, 

Superintendent of Construction, Mint, Denver. 

I hereby propose to reduce contract ;rice for finishing Mint 

, rh noTTars for omitting the putting in of 
Building Twenty two and .50 Do.lars -o 

{our , eotrlc wire boxes near foot of the stone posts at^r.eway 
entrances wire pipes handholes and so on more full: spec 

...» - *«" -»»' — - ’-~ r " ' 

* 82 “ -"‘““““Lh.— — 


(Sio-nnd) James A.McGonigle, 

L/ HvwiorROn. 




IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY department 


qs 


WASHINGTON Say 3, 


1904. 


The Superintendent of Construction, 
U. S. Sint (New), 

Denver, Colorado. 



Sir: 


Receipt is acknowledged of your letter of the 28th 
ultimo, referring to paragraphs 351 and 352 of specifica- 

J 

tion governing the mechanical equipment of the building 
for which you are Superintendent, which requires plates 
r* and coupons for boilers to be stamped by the inspector, and 
the inspector's stamp and mill serial number to be placed 

\ 

,on the plates so that same may be seen after the boilers 

■i t 


assembled and installed. 

In this connection you are advised that the m- 
ector's report of test of plates shows the numbers to 


u 


as follows: 


SH3ILS 


Mill Humber 


!tamp on Plates 
A-1425 


2- 3 

/i ri 


A-1426 -2 
A-1427 -2 

6 

7- 8 
9-10 
11-12 


A-1428 
A-1429 -2 
A-1430 -2 
A-1431 -2 

13-20 

HEADS 

A-1432 -8 


* jfe s pe ct fully» 






DENVSR|NS\V mint. 



IN REPLTING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


qq 

TREASURY DEPARTMENT 

WASHINGTON May 4, 1904. 


The Superintendent of Construction, 

Hew Mint Building, 

Denver, Colorado. 

' Sir: 

The Office is in receipt of your letter of April 30th, 
relative to the ornamental plaster work over the corridor 
windows in the second story of the building of which you ai e the 

Superintendent of Construction. 

In reply you are Informed that,In view of the circumstances 

stated hy you,if the work is carried out in accordance with 
full size detail drawing No. 159 , same will be satisfactory .0 
this office. 


Respectfully, 




OFFICE OF 


um 



f um 



COURT HOUSE 


Santa Fe N.11,May 5 1904 , 189 . 


Lee Ullery Esq;Supt/ 


Denver Colorado/ 
My r>ear Mr Ullery 


I have received the specifications for the repairs 


recommended by you on the above building.In a recent letter you said you 
would like me to give a friend of yours in Denver a chanee to bid on the 
brick sidewalk in front of the bujlding. find on reading the instructi¬ 
ons and specifications that the entire work must be let to one contract¬ 
or and therefore it will be impossible to let that part of the work sepa 
rate from the others.I inclose a copy of the * Specification for your in¬ 
fo raation and if you think you can get your friend to make a proposal 
for e work I will be very much obliged .On page 12 of said specifica¬ 
tion you will find this language: 


COLOR SCHEME. 

The walls of P 0 work room to be in buff &c 


As we “have no P 0 work room in this building I do not know what the abov 
means,will you please explain .Hoping you are in the enjoyment of good 


health and spirits I remain yours 


Very respectfully 




Custodian 




- - -a 


Inclosure 621. 


TREASURY DEPARTMENT 


WASHINGTON May 4,1004. 



• N REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New MintBullding, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and tho files of 
your office, a copy of Department letter of even date,accepting 
the proposal of S.Faith & Company, in amount eight hundred and 
fifty dollars ($850.00), as an addition to their contract for the 
mechanical equipment of the building in your charge, to install 
instruments made by the Weston Electrical Company, in lieu of 
those made by the Keystone Electrical Instrument company. 

You will note that of the above amount five hundred and 

thirty-five dollars ($535.00) will be paid from the appropriation 

for New Machinery,Denver Mint,under the control of the Director 

of the Mint,and three hundred and fifteen dollars ($315.00) 

from the appropriation for Mint Building,Denver,Colorado; and 

you are hereby authorized to certify and issue vouchers for 

payment on account of the work, as required by tho terms of the 
contract and the printed "Instructions to Superintendents",and 

to present to the Disbursing Agent for payment those vouchers 
which are charged to the last nairod appropriation; and to for¬ 
ward to this Department (through the office of the Superintendent 
of the Mint,your City) those vouchers which are charged against 


DENVER,NEW MINT,Supt.May 4,1904. 


the appropriation for New Machinery,Denver Mint. 

A copy 01 tne acceptance will "be forwarded to the Superin¬ 
tendent of the Mint,your City,for hie information. 

Respectfully, 


JSS 
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: ;«atrlc*i company,in li«u of ir>i*trur*nt* t * ie by th* Kwyatono 
Electrical Instrument Company, a public ^i^cacy rodalrih- true 

sharpy* in the work. 

It l* understood and abroad that thi#» acceptance is not 
to nr* w»t th« tire .tor the? completion of the. ?orl; n« roquirod by 
the tern* of your contract; that t;i« anm« i* without prejudice to 
any ant nil rif.hte of Via United States th»roun<ler;and without 
rreiudice, aiao # to any and all rights of the United State#; a^ninat 
the .• uroti«» on the bond executed for the faithful fuifliir.ent of’ 

the contract. 


Of th.U* arou/it trio mm of tarot* hundred a; i fifteen dol¬ 
lars (#315) will be paid from the appropriation for Mint Bui Mine, 
Senior,Colorado, under the control of the Supervising Architect, 
and trv* «ut* of five hundred and thirty-flwf dollar?' (#$S5.00) 
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ptsnvsr nrw Mint 



'inreplying.quote upper initial, 

RIGHT HAND CORNER. 


•• • 10 4 - 

TREASURY DEPARTMENT ^7^, 

WASHINGTON 5 >1904. 


Superintendent of Construction, 
New Mint, 

Denver, Colorado* 


Sir: 


I have to acknowledge receipt of your letter of the 
30th ultimo relative to certain marble columns at the 
building under your charge, which are too short, and you 
are directed to obtain a proposal for placing over the cap 
a square slab, each side to be of the same length as the 
diameter of the columns at neck, and forward such proposal 
to this Office with your definite recommendation. 

Respectfully, 



HM 
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TREASURY DEPARTMENT 

WASHINGTON May 5,1904, 


t 

The Superintendent of Construction, 

New Mint Building, 

Denver, Colorado. 

Sir: 

There have this day been forwarded for your 
information and files three photographs taken from 
approved models for certain ornamental work about 
the entrance to the building of which you are the 
Superintendent of Construction. 

Respectfully, 

sf. 

R. 

I 


Supervising Architect. 

T 



IN REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


(FORWARDING) 



eorraniE 






TREASURY DEPARTMENT 


WASHINGTON 


May 5,1904 


IP ' fLYING QUOTE UPPER INITIAL, 
,-RIGHT HAND CORNER- 


Superintendent of Construction 
Hew Mint, 

Denver, Colorado. 


Sir: 


I have to acknowledge receipt of your letter of the 28th 
ultimo relative to the inspection of certain ornamental iron 
work for elevator inclosure at the Public Building, Cheyenne, 
Pyoaing, and you are directed to prepare a sketch showing 
reinforcement of l/2 x 3/l6 wrought iron rings between rods 
of grilles, obtain a proposal based thereon and forward it 
to this Office with your definite recommendation, together 
w th a copy of the said sketch, upon receipt of which prompt 
action will be taken* The stiffening to be applied only to 
panels where people come in contact with grille* 

A copy of this letter has been forwarded to the Superin¬ 
tendent of the building, for his information. 


Respectfully, 


Hit 







IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


721. 
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TREASURY DEPARTMENT 

WASHINGTON May 5, 1904. 


Superintendent of Construction, 

U. S. Mint, 

Denver, Colo. 

Sir: 

Referring to your communication of the 26th ultimo in rela¬ 
tion to this matter, please find inclosed herewith a copy of 
Department letter this day addressed to the Citizens Alliance 
of Denver, Colo., regarding complaints made against your action 
in not permitting certain structural iron workers to work in 
the construction of floors for vaults in the building under your 
charge. 

Respectfully, 



tect. 





Treasury department, 

OFFICE OF THE SECRETARY, 
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3T, Colo. 
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«ee ti. 


Judgrcont «oro hlu dutloo to Moure tho unlntorrapted proeroae 
of tho «ork as provided for In tho oontraote. 

' i-opy o* this letter win to oant to tho Seoretary of tho 
Cltleone' industrial .eeooietlon of jUMrlea, at Payton, Ohio. 

?**Bpeot fully, 

(Signed) H. A. Taylor 


S 

t 


Acting reorfetary. 



DENVER MINT (NEff) 



treasury department ^ 


WASHINGTON 


May 7,1$04. 


Superintendent of Construction, 
lint Building, (New), 

Denver, Col. 

Sir: 

Please forward to this office, in accordance with 
ect.cn m. Paragraph 3, of "Instructions to Custodians 1900 
an account of sale of condemned Government property, for which 

^ lf ,7 te °* deposlt * ln the sura Two hundred thirteen 
^oilers ( v 213.00), was issued by the Cashier of The Denver 

‘■atonal Bank, Denver, Col., on April 39 , 1904. 

Respectfully, 

Chief Executive Officer. 

Uvj 


PRINTED HEADING. 


Kansas City, Mo.,Map,11,1904. 

Mr. Jamas A.McOonigle, 

Denver, Colorado. 

Dear Sir:- 

We wrote you some time ago regarding double trim for double doors for 
the Mint building. The factory writes us that it will be impossible to 
use double trim on the inside of the double doors as the extension bolt 
that has been accepted by the Supervising Architect is a surface bolt, 
and will occupy the space on the rail, so that double trim cannot be 
used on the inside. We would be pleased to have you secure a ruling 
either from the Government superintendent or the Architect regarding 
what double trim will be required. If they will require double trim on 
the outside of doors,we should be pleased to be informed at the earliest 
possible date. 

We find in making our estimate of trim for circular transoms over 
first story windows, that there has been a miscalculation made as we 
find that some windows have no transoms, and some have fixed transoms, 
and some require fast joint butts,catches and transom chains. If you 
will kindly inform us the number of transoms that are hinged,we shall 
gre ^tly appreciate the information. 

Yours truly, 

(Signed) W.B.Richards, 

V.P. 


a. J. pipe"’ p,<s ' dent ' 
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f.O BOX 3 • 


W ‘ E PIPER, Secretary. ERNEST F. PIPER, Treasurer. 

KPS 


Pueblo, Colorado, May 10,.190 4 


Mr. Lee Ullerry, 

?upt. United. States Mint, 


Deir Fir: 


Denver, Colo. 


Upon examining the plan submitted to us, by the Supervising 
architect of* the U. S., for certain changes, which are contemplated 
ir. the Post office building of Pueblo, and upon which we intend 
to make a bid for the contract, we find some points upon which we 
*ish some information. 

First, we notice that anl beam column is planned to be 
Placed immediately under a fifteerrrinch I beam in the basement. 

We hotiee that there is a fedlid brick, wall under this fifteen-inch 

an d we wonder if the I beam column will still be needed. 

on 

Second, at the point marked X in the new lobby/the plan 
w Mch we send you ^ W0 find a four-inch cast iron sail pipe and two 
Wa ter supply pipes extending into the upper stories. When the new 
screens are in place and erreen L removed to M, these pipes will 
be exposed in the new lobby and, unless some provision \ i s made, 
to conceal them or change their location, it will make a very un¬ 
sightly feature, we presume, although we have made no careful 
lamination, that these pipes might he moved. 

Third, V7hen screen L is removed to M, it seems to us 
that a new piece of marble wains-coating will be required at A, 
bout two feet, six inches wide by^^ht feet high. We are in doubt 







f 

j PIPER. P« siaert ' W ' E PIPER - Secretary. ERNEST F. PiPER, Treasurer. 



U. L. #2 

whether the pilaster X will require marble wains-coating. 

Fourth, The partition N will cross a panel in the ceiling 
about three feet west of a bean in the ceiling and it seems to us 
that to make a finished job a beam would be needed running from 
A to B, on which could be run a cornice to match the cornice in 
the old lobby. This beam, of course, might be constructed of 
ver^ light angles or channels, covered with expanded metal lathe, 
tnen plastered and the cornice run on the same, as before mentioned. 

Five, In the Mosaic floor of the old lobby the colored 
oorder follows, of course, the line of the room. Will this border 
have to be removed whEBe partition L now rests and be replaced 
with the field tile? 

fixth, The plaster cornice in old lobby at ceiling line 
is of a different pattern from that in the work-room, a portion 
cf which win be taken into the new lobby. We presume they will 
have to be made to match. Are we correct? 

Will you kindly hand the enclosed plan and specification 
-ogether with our letter enclosed, to Messrs. T. W. Cook & Co., 

Marble workers, of your city, togetherewith any explanation in 
’sgard to the marble work which you are able to convey? 

Thanking yoix in advance for your reply to these numerous 
ferries and for other esteemed favors, we remain, 

Very truly yours, 






OFFICE OF 



COURT HOUSE 


Santa Fe N.M,May 10 1904 


Lee Ullery Esq 


Supt of Construction. 


Denver Colo. 


Dear Mr Ullery:) 


As you will notice by reading the specifications I sent 


youthe construction of the cess pool for blowing off the boiler into,is 
not included therein and we need the Pool very much I wish you would 
write to the Supervising Architect and have him authorise me to ask for 
bids to make the same.The Fireman says it must be at least 8 feet deep. 
As our heating season closes on the last day of the present month the 
work can be commenced immediately after that time.As you suggested I 
wrote to the Supervising Architect about the P 0 work room”. 


Very respectfully 





•Custodian. 


I wish you could spare us a little rain -we are actually drying up here. 


DENVER, NEW MINT. 



I lo ■ 


treasury department 

/ ' 

WASHINGTON May 11, 1904. 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHTHAND CORNER. 


Inclosure No. 1826 


Superintendent of Construction, 
New Mint Building, 

Denver, Colo. 


Sir :- 


There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of S. Faith & Company, in amount twenty- 
one dollars ($21.00), as an addition to their contract for the 
mechanical equipment of the building in your charge, to put in 
the conduits, and wiring, etc., in connection v/ith lamp stand¬ 
ards at driveway entrance; and you are hereby authorized to 
certify and issue vouchers on account thereof, as required by 
the terms of the contract and in accordance with the printed 
Instructions to Superintendents", payment of which vouchers 
''he Disbursing Agent has this day been authorized to make from 
the appropriation for Mint Building, Denver, Colorado. 


Respectfully, 



mbM®» 
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Acting Hucr tc<j* . 
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DEFT®, HEW' MOT. 


treasury department 

Washington May 12, 1204 



m REPLYING,QUOTE UPPER INITIAL, 
RIGHT HANO CORNER. 


Inclosure TTo. 1831# 


Superintendent of Construction, 
ITew Hint Building, 

Denver, Colo. 


Sir: 


There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of James A. McGonigle, to deduct the sum 
of twenty-two dollars and fifty cents (§22.50), from his con¬ 
tract for the completion of the Building in your charge, for 
omitting four electric wire Boxes, etc., near front of stone 
posts at driveway entrance. 


Respectfully, 


KCH 



tect. 



totykr, VI '"?' 


May t 1*04* 

*• 


v;r « J&r ©s A * V cO - nl r; 1®» 

*7evr v int 'Halldlng’i 

Pemrcr * rt oioradc. 

Sir :~ 

In view of the r«oona*ndAtlQn contained in letter of the 
4th mutant, frees the Superintendent of Construction for the 
7Tow int building &t Ttenvcr, Colorado, your >ro;0sal.©f "K & t 
1004, to deduc the sum of lwonty**tvro dollars and fifty cents 
(£22*50)» fron your contract for the oossplotion of the builtling, 
for ordtting four electric wire boxea» etc*, noar foot of Eton© 
poets at driveway entrance , a» filly set .forth In your above 
mentioned proposal, is accepted« the aaount being deeded reason*" 
able and a public exigency requiring the ©lesion of this work. 

It t s understood and agreed that this acceptance is not 
to affect the tliae for the completion of the work &b required 
by the terms of the contract j that the fl&sso is without -rejudice 
to any and all rights of the United states thereunder, and with¬ 
out prejudice, also, to an and all rights of the United states 

r 

ayainat the sureties on the bond execrated for the faithful ful¬ 
fillment of the contract. 

?1 RAC promptly acknowledge to receipt of this letter, 
a copy ef which ie forwarded to the Rupcrintindent • 

Respectfully, 


T« 

J ,r y. 

re 


ot, f.ecretar 


OFFICE OF 


/ / 2 — 



Court House, 


Santa Fe N.M,May 14 1904 18 


My Dear Mr Ullery;- 

I have just received a wire from the Supervising 
Architect which says; 

"Reference to post office work room in specification an error,and can be 
stricken out,color scheme can be used in court room if approved by you". 
Now what do you suggest ? As the bids will be opened next Friday at 
2 P M,I will be greatly obliged by a quick reply.When the work is finish 
ed I will ask the Secretary to permit you to come over and inspect it 
before giving it my approval.Wi 11 I have a bid from Denver ? 


Truly your friend. 



Custodian. 






MINT. 


Inclosure 


In RBPLYINQ TO THIt LETTER THI 
initials in UPPER riomt-hano 
corner must be referred to. 


636 . 


Treasury Department, 

OFFICE OF THE SECRETARY 



Washington, May 14,1904 


Superintendent of Construction, 
New Mint Building, 

Denver,Colorado. 


Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of the 13th instant, 
accepting the proposal of the Mitchell Vance company of New YorK 
Cit Tr , in amount seven thousand two hundred and forty-seven dol 
lars and fifty cents ($ 7 , 247 .50),for lighting fixtures for the 
building in your charge. 

A copy of the formal contract,with bond, will be sent you 
as soon as executed by the contractors;and you are herebi^ au¬ 
thorized to certify and issue vouchers for the worK, as required 
by the terms of the contract and the printed ’’Instructions to 
Superintendents”, and to forward them to this Department,through 
the office of the Superintendent of the Mint,your Ci^y, i0r 
mont,charged against the appropriation for New Machinery,Denver 
Mint, under the control of the Director of the Mint. 



J.C.P. 



V* MI*!?. 




on - 1 * ‘i\: , 


Hny IZ, if>04. 


Tnu Uitoholi va)iCo qo. , 

. B56 £roadway, 

«orX City. 

Grille e?;: 

In hcoord* noe with tho approval of thi* Popdrtr ant, 

1 frvopon'-i i, ?luted April ;>G # i:*G4, addrotunH to th© Sup©rvi«in£ 
a ouiteot, the t iw; t 1 ) 1*1 received, in nc&To^nio amount 

#« r c d t 1 cur and t*?o hundred and forty-aovon dollars iM fifty 
oont* {£7,347. 50), i<? hereby accepted to furnish all th labor 
a::-* : aterial* reqntrorl to furntfch ant plao*< oor&loto tho lighting 
fixture* for th* now Mi at Building at Denver,Colorado, in accord- 
nnc.) witi the nohedul* in your proposal, a* required by tno a^oc- 
i.floation dated March 51,1904 arid dr a la? *• nur bored xoc, ici, i0£, 
lor, 107 , LQ3, 109, 11.?, 115, 150, 250-A, RY- 88 , S*'~89, rt- 00, 
£•‘-91 and Etf-93 # end trie drawing** aubr.itted by yen, which have bum 
riven n«; r*rtn.ofr nunbora ,W,,?7?, 274, 375. ??e, 377, 370 # 279 f 
380, ?ei, 383, 38? and 284. 

It is under! tood and armed that the entire worn in to 
bn co pl :t«*d by July 1,1 <04. 

One >*ut of the spoification and Office drawing 

i o rw"ird»* t noro* ith. 

It in understood and agreed that you are required to 
l. uoint# h for***! tontract, with bond in t'ui mi» of thru* thousand 

3 . i a 




ji S( ,v , m» r.,n«,ttwwu ro * 

(MAC 1 * 

u "* m »**.* ; „ iU Z («mm. »• 

1.,, «iyt*.s forr- for *^ oh * kk .. h 

.f*r-w*- o- **» ' t0 "' ■ . „ irl0 , "‘ w 

, * vRict fea turnout *» i'i * 1,iAV 

cofitr^ct* ^ ' 1 » ‘ ^ %v ^ ** T*X*r n(r: t0 

v*vVr t«A Hi tn* Head of " * * 

Vl ‘’ * * a ♦ of tnu Tx»p*rU* n * on ®** 

tn, Are ° r( „ T tn „ „ipn«Ut* o< «»• 

to-. «• r,, ' , " lr ‘;'*;; o£ . , U4 

SM V .,r*l«lrU ^ W ««' « W" •***•» 

^-* un "** W ** f, ''' r ‘ ' ’ jontwt ^.rwtn«<( w»nUon*» on 

.. ♦ *tft tn<* ©OR*f» qv 

rcT . file in ins’- of i<? * 

r V ftt InutrUlMttt* 

tn« *«*onA pns* - • ■ »,,«r pw *>’'•>'• « iU b * 

Tn " aofUf '“ of ywr *„«* w «»* ******* •>* 

««t*in *4 «Btii tn* *^-' r0V 

u wi-U r>»» 4 wiy ndvl^x - . 

rrw'ur 7 , of whlcn ‘ r . q4o w T ur^ ^ Vl1 * t 5ris * 

to» ^ u^chl ^,r^r 

v m> «• wro^Uon or 

- »* " * V. r; , tM WNW bf «* ***• 

1*1 nuw- 4 * f ‘ iyK 0 f tnl« o 0Ci.r Of 

Pi^»* J %c JXft „ HUrtta t of Coi^Vruction 

^ar^vi to tn* 8 «pfl»inton 

° K«^i J OC t£u 1 *^Y i 



»**:?•■ it**”. 


t# 

J . 0 r * 


A 





t !<+ 

TREASURY DEPARTMENT. 

Washington, D.C., May 16,1904. 

The Supervising Architect, 

Washington, D.C. 

Sir 

In tlie smoke chamber located in the Assayers work room,attic floor 
of the U.S.Mint building (new),Denver, Colorado, the top of cast iron 
stack extends within about two feet of the finished plaster line under 
roof Ox building. T n the opinion of Mr.Healy,who is now at the building 
the heated fumes from furnaces below are liable to cause trouble,as they 
will have a direct impact against ceiling of chamber. To do away with 
this trouble it is recommended that the top section of pipe be removed, 
thus having top of pipe about on a level with the top of floor beams in 
attic floor,which position will allow gases to take a whirling action 
in chamber and be drawn direct through fan intake. No cutting is re¬ 
quired to make this change, as top section of pipe,about four feet long, 
can be lifted off. 

Mr.Ullery,the Superintendent of Construction at the builaing,men¬ 
tioned to Mr.Healy that the shaft walls around stack might allow gases 
to enter rooms if the inside plaster cracked, as the bonding tiles had 
through holes at right angles to line of stack. No recommendation is 
made regarding this matter,other than the statement that if gases should 
enter working rooms it would be extremely unpleasant for the workmen 
therein. 

Respectfully, 

(Signed) R.E.Preston, 

Acting Director of the Mint. 


TREASURY DEPARTI'IETTF, 

Office of the Supervising Architect, May 17,1904. 
Respectfully referred to the Superintendent of Construction for 
investigation and report and necessary action in the event the matters 
^erred to herein can be attended to without action on the part of this 
0 fice. T. P.B.W. L. C.B.K. (Signed) J.K.Taylor, 

Supervising Architect. 


NEW MINT BUILDING,DENVER,COLO. 

May 21,1904. 

Respectfully returned to the Supervising Architect with statement 
a- siioke stack was constructed according to drawing No .125. Contrac- 
Surf . ■ 1 -~ off top section without expense to Government. Inner 

‘ Hce °f shaft not plastered,not required by existing contracts except 
uece^* Wou -d cost nearly fifty dollars. Can be done later if found 
wai? SS r y ’ as Healy has asked contractor to construct manhole in north 
of above attic floor. 

(Signed) Lee Ullery, 

Superintendent• 
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TREASURY DEPARTMENT 

WASHINGTON May 13,1004* 



mMPV *mo.ouoti upp£« "* ITUJ - 

RIGHT HAND CORNER- 


superintendent of Construction, 

Mew Hint Building. 

* Denver, Colorado. 


,lT " . . - „ latter froa 3. Faith & 
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, ij vp to elevator hoisting 
the 5th instant, relative ,o 
company, dated tn- o - 

,, ivider yoirr charge, and a copy 
cables in the building under jo~ 

v» « — - “ m ; Z 

„a.«««. -——- - 

.« <M X»M ** »■* “ el ' v *“”’ ‘"'“ " I u.t.-JM 

x p -for W hat elevator it is 

1b such manner as to ind-ca 





/ 




MIKT 


Hay 1^,1904. 


Messrs. r>. Faith * Oonpnny, 

• ' '* ^ ^ r *n 1 '»ylvan'.TL Avonuu, 

Phllftdtl|hit, Pennsylvania* 

Gentlemen: 

I have to acknowledge receipt of vour latter of 
t ' V!e 5tH tnstant relative to cables by you on «iova- 

tor ® at t!w nw “*nt b'JlMlnc* Penvw, Colorado, and you are 
requested to subnit a proposal covering the use of ateel 
cab'.os of the weights ntven for the various clashes of work 
In connection with the ro,ooo lb, freight hoisa, in lieu of 

Switch iron cables of the $i?es called for timer yen?.*. con_ 

tract for the neahaniaal equipment of the aild hull(liaa# upon 

• " rot notion will be , 

Respectfully, 


Rtiperv 1 nl n a Arch i t ec t. 



DENVER. NEW MINT 



Jl r 



treasury department 


Washington May 19, 1904 


yiREPLYIHO.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Inclosure No. 1850 


Superintendent of Construction, 
New Mint Building, 

Denver, Colorado. 


Sir:- 

There is inclosed herewith, for your information and the 
files of your office, copy of letter of even date, rejecting 
samples marked as submitted "by the contractor for the comple¬ 
tion of the building in your charge. 


Respectfully, 


KCH 









W* VIITT. 


ivi, iso** 




vv , TnasGB A. rcGonicl* » 
r * SsSi'Vtt gliding, 

'jonvor, Co orndo. 

^ y* ‘ «t 

Tiara kae hesn received in thin Office, without let *-® r 

of transmittal, a «1. •* varnish, brand notice . 

„ V.,. .w Hto.ndc.nl varnish Torus, aarked 

Tin!ch, oamfartured by t>! * t na r 

„ - , n the «•* int V-Iildlne at Osnvsr, 

a8 comins ft a y«* *° r »»• ln the " . 

Colorado, ed you are advised that if *>»*. “*» 1 * “ * * 

by you foru* in the ah ore mentioned * uliai " e * “ U 1! 

,. v , inli xi contains rosin and bsnains. 
Inarch m tha <na*e 1°* * n< * 

.,_. A und^r tha aaiaa conditio-".#, 
Thars ViFiB &l«o ha«n r*caiT«A, * - 

, , . . >irtnd F „ rani d yinlsh Interior, manufastursd 

a n«fnj‘l« of var* ish, •>* &na **• r 

w the oprien Varnish conpany, •«< Jt ls r * 3 * #t-ed 


anr»s reason* 


B»»f»ectfS' lly» 






fv-t p#rr 1«i n£ Arcl>. .ltd. 


May 23,1904. 


The Supervising Architect, 

Treasury T>epartment, Washington, D.C. 

Sir:- 

I am informed hy Mr.Healy(who is now at the U.S.Mint build¬ 
ing (new),Denver, Colorado), that the positions of the coal holes in 
ceiling of coal storage vault, have been changed from positions as 
show 1 on the original drawings; the centers of the two covers now in 
place are about seven feet from back wall of vault. It is desired 
that coal be deposited in vault and stored without trimming over tne 
entire storage space, and moving the inlets five feet back from center 
of room will limit slorage space unless coal is rehandled. 

It is recommended that two additional coal holes be provid¬ 
ed to be installed on a line with and about 18 feet nearer but la mg 
than the two holes now in place. As the brick arches are not in place 
at positions recommended, the only additional expense will be for the 
two casings with hinged covers. 


Respect fully, 


ymrm'ivf trrU 



*.:sd 


IN REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER 



TREASURY DEPARTMENT 


WASHINGTON ~&y 2 


Z20LCSTJH3 74. a x 

FOKWABDI-TG . (Mail a na &X9 • ) 




■Hie Superintendent of Construe tion, 

U. S. Hint (iTew), 

Jr Denver , Colorado. 

Sir: 

For to® info ration find herem It copy of office let¬ 
ter of thie arte, sddressed to The mdhell Vance Company, con- 
tractors for the ins tel la tion of lifting fixtures in 
building for vbich you ere Superintendent of Construction, 

_ , ■Plnisl' etc., of samples of tube, 

vising them, cf approval, for xini^n. 

shells, and casing. 

, coTnripq will he forwarded to you 
A set of the approved sanples wu. 

.. .md a set of fixture drawings, 

■by express, charges prepara, ^ - 

...-i Up sent to you to-day, by ' • 

F.V:.-33 F to 1.7.-92 F, will be Bern, * 

Re Bp e c t f u » 


Jr 


n 


J* 

tr 


s 



{ 


EJIV3R JiOT (IKS?). 


UGD 


May 24, 1904. 


FORWARDING. (Meil and ^P*) 

The Mitchell V&nce Company, 

^836 Broadway, 

P 

Hew York City. 

Sirs : 

Referring to your contract for furnishing lighting fix- 
tures for the U. S. lilnt (now), Denver, Col., receipt is .acknowl¬ 
edged of your letter of the 20th .instant, forwarding certain sam¬ 
ples for consideration, and you are advised as follows: 

fhe samples of tuts, shells, and casing, showing fini&i, 
etc!, are approved, and one set will be returned to you to-day, 
by express, charges prepaid, to serve as a guide* *"• similar 
set will be sent to the Superintendent at the building. 

In view of the faot that the specification requires you 
to submit samples in triplicate, no action will be t -ken on 
following until receipt of two more samples of each: 

Eire, Hog. H, 16, and 18, B. & s * Geu S 8; 

McAllen Intuit-ting Joint; 
n ear Swithh; 

E&iBon Key Sooket; 

Edison Keyless Socket; 

Terminal Switch; 

Insulating Ball Joint. 

one set of building floor plane, drawings Hoe. 100 to 103 
inclusive, plumbing plan P-73, aai drawings 3.*".-88 F to ... 

\j 92-F. rill be Bent to yen to-day. nnder eeparate cover. Draw- 


D2H7EBHI3T (12*). Bay 24 # 1904. Mitchell Vance Co. 


2 . 


ing P-73 shows location of type U gas fixtures only. 

Respectfully, 


(Si^ied) J.~. Taylor 

Supe rvising Archite ot. 

L C23E 




INREPLYING.QUOTE upper initial, 
RIGHT HAND CORNER. 


T 

TREASURY DEPARTMENT ,%A' 

Washington May 24, IS 04. 


Inclosure Ho. 1764. 


Superintendent of Construction, 
Hew Mint Building, 

Denver, Colo. 

Sir 


There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of Messrs. S. Faith & Company, to sub¬ 
stitute steel cables for the Swedish iron cables required by 
their contract for the mechanical equipment of the building 
in your charge, for the 20,000-pound freight hoist now being 
installed, without extra cost to the Government. 

Respectfully, 



KCH 


JESVSR, KvV Ml TJX, 

May 24, 1*04* 

jsoserjs * S* ?; ith £ Company, 

£427 panrayI t& nia Avenue, 

TPfcila&elpMft, F«* 

Gcntie.TOix;- 

Your proposal of the 1 :h instaw’ , to substitute stool 
cables for the Bwe&leii iron cables required by your contract 
for the rechanio&l e*|«ipT&etti of the bhw • ini building at envcr, 
Colorado, for the 20,000*pou»ci freight h©i»t now being installed, 
without extra «Xi*wn*d to the Government;, is hereby accepted, 
a public exigency requiring this change in your contract. 

It is understood a;td agreed that t is acceptance A« not 
to affect tbs iliac for the Cv^pletion of the work as required 
sy the teriae of your out tract ; that the »&s* i* without 
«vico to any and all right* of the oniiad State* t ■ eroundeir , 

| .id without prejudice, *!*«, to any «®d ail righto of the 
Bit«d c^tateto agalnet the guretle# on the bone executed fox 
the faithful fulfiliistonv of the contrac t- 

Please freaptl? ecknoirXeige the receipt of this , 

a oopy of which io forwarded to the superintendent* 

Res jM£©t fully » 


7. 

rr ■* 


Acting Secretary♦ 


p sstbr HIST Cl • n . 



IN RCPLTING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


31CLOSURE 73. 


if(j 

TREASURY DEPARTMENT 

WASHINGTON Slay 25, 1904. 


The Superintendent of Construction, 

U. S. Hint (lew), 

Denver, Col. 

Sir: 

For your information find herewith couj Ox o.._ice 
letter of this Sate, addressed to S. FaiOi and Company, 
contractors for mechanical equipment of the building .or 
which you are Superintendent, advising than relative to 

switchhOord grille work. 

Please modify your copy of contractors .^a..in 0 

numbered 3.W.-263, so as to S>ow l/ 2 " 3r°- le rork ftOOVC 
-r'.u at ends of switchboard, instead of 1" as tliu.n. 

Respectfully. 






D3HT3R KIKT (RE*). 
MOD 


•tay 3*, 1904. 


tlessrs. 3. Faith and Company, 

£427 Pennsylvania Avenue, 


? irs: 


Philadelphia, Pa* 


Referring to your oontraot for mechanicsl equipment 
Oj. the U* S. tfint (new;, Denver, Col., receipt ie acknowl¬ 
edged of your letter of the Slat instant, rolative to switch¬ 
board grille work. 


In reply you are advised that office drawing S.W.-93 
is oorrect in showing 1/2" grille work above and at the ends 
of switchboard. Your drawing (office nuriber E.J7.-263) on 
which this office marked the here os being 1” wide has been 
modified to show l/2 n bars, in accordance with the contract 
drawing, and the Superintendent of Construction has been so 
advised. 


Respeot fully, 

(Signed) J.K: Taylor 


L CEK 


Supervising Architect. 




UtaL TELEGRA PH-CABLE COMPANY - asr- THE COMMERCIAL CABLE COMPANY 

-ETjro- i6. L°-1 CLARENCE H. MACKAY, President I f CLARENCE H MAririv -1 



1. 0. STEVENS, Sec'y. WM. H. BAKER, V. P. & G. M. 


ALBERT RfXT^ Presldent - 

ftLBEKT BECK, Sec y. GEO. G. WARD, V. P. & 6. M. 


TELECRA 



I xo 



F I I.:. Tel egraph-Cable Company transmits and delivers this message subject to the terms and conditions printed on the back of this hlaiA. 
" Received at 

| f . **H4U ocv 

(where any reply should be sent.) 

TK.RP.^ 61 GOVT 
iElNGTON,D.C,,May 18,1904 
“pt Ullery, 

New Mint, 

Denver.Colo. 

4t Leadville Colorado postoTfice on 23rd inst. confer with 
v*?ntractor Lovell as to commencement of work also postmaster who is 
istociian c.f site remain three days in conducting operations report 
anci return to Denver »State when next visit will be necessary superinten¬ 
dents services not available * at present answer 



i120d 


H. A.Taylor 

Acting Secy 

VublALI tLtliKAPH K®J» L'U MMERCIAL CABLES 



TELEGRAM 2 73 






Received at Malm Office, 92017 th Street, Ernest & Cranm er Building. Denver. (Telephones 4500, 4501). 


113 CH.w 29 Government rate 

WASHINGTON,D.C.,May 21,1904 

Snpt.Ollery, 

New Mint, 

Denver,Colorado• 

Visit. Post-office Pueblo Colorado immediately and report on roof 
repairs then carry out instructions relative to leadville ans*e^ 




H.A.Taylor• 

Acting secretary 

1055am 



















/ 5-f 


PRIMED HEADING. 

Denver, Colo., ^/24/l904. 


Mr.L.Ullery, 

Supt.New Mint Building, 

Denver, Colorado. 


!|ear Sir:- 

I propose to furnish and set in place complete two coal hole 
frames with solid covers hinged,2'-0" diameter,according to Drawing Ho. 
239nfor the sum of eighty six dollars and twenty cents ($86.20). 

(Signed) James A.McGonigle. 


pmnrlTP Mf 



12 

treasury department 





Washington May 24, 1904. 


Superintendent of Construction. 
New Mint Buildi ng, 

Denver, Colo. 


Sir: 


I have to acknov/ledge receipt of your letter of the 17th 
instant, relative to the "blackening of the plastered ceiling 
of first story corridor of the building in your charge, and 
you are directed to obtain a proposal from the contractor for 
a coat .of water color which will entirely cover the discolora¬ 
tion and forward it to this Office with your definite recommend¬ 
ation, upon receipt of which prompt action will be taken. 


Respectfully, 






kch 



DENVER♦NEW MINT. 



/ / * 



treasury department 


ENT 


WASHINGTON May 25,1904. 


I- REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of* Construction 
New Mint Building, 

“Denver, Colorado. 


I have to acknowledge receipt of your letter of the 
13th instant with inclosure, relative to certain hardware 
included under the contract for the completion of the building 
under your charge. Your suggestion that the trim as required 
by the contract can be placed, provided an escutcheon and knob 
of the same size as those on the swinging leaf are substituted 
for the small escvt cheon and knob on the approved extension 
bolt, is approved, and if this aiTangement can be placed without 
additional expense to the Government , it will be considered 
as filling the requirements of the contract, if not, you are 
directed to obtain a proposal for the amount the contractor 
*il- deduct for supplying a top and bottom bolt, with handles 
•dthin easy reach, the knob and escutcheon to be placed on each 
side of standing leaf, and forward ouch proposal to this office 
,? ith your definite recommendation. 


Your interpretation relative to transoms over first story, 
e *terior windows, is correct. 


Respectfully> 



Sf Acting Supervising Architect. 






COLO.KHSf Hi!!?. 


!2>i 


Inelosure 393 


TREASURY DEPARTMENT ^ 


WASHINGTON May 28,1904. 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado* 


Sir: 


There is inclosed herewith, for your information, a copy 
of Department letter of even date accepting the proposal 
of Mr. James A. McC-onigle to make certain changes in the 
excavation for sweep cellar in connection with the building 
under your charge, without expense to the Government, all as 
set forth in said letter of acceptance. 


Respectfully, 



Acting Supervising Architect 



HM 



BL l iiV:/.,C0l40.N:TW 'HINT 


MC; 


yv . Jane-i McOonicle* 

Leavenworth, Kansas. 

Sir: 

In view of the statement and recommendation contained in 

letter dated April 22,1904, fron the superintendent of 

struct Ion of thw neW'Uint building » » 

your proposal, dated April 21,1904, a*i-o ' ■ *» 

her«ny accepted to nak* certain chanf.ea 1>. the excavation 

for sweep cellar included under your contract for tie completion 

of the mil ng, without ex. «>• Govornnenl, it oin C 

under stood and screed that the doors to be placed in driveway 

arc to project mu- (4) feet from the wall end run nix {«> 

. . . ‘ ' ,ed o top| a rnbiio 

exi"eeev r t»»5 this chance in row said contract. 

It da understood and agreed that this chance is not to 

i.Hon of the work as required 
affeot the tine for the oonpletion o- 

, ,h„ t-e saae la without P«J»- 

by the terns of your contract, that 

- ♦ *,» united States thereunder; 

<Uoo to any and all rights of the Jn < 

. n/i «-ii rifhts of the 

and without prejudice, also, to any - - - 

x ipn 0 n the bond executed for 

United Staton the e-u — 

the faithful fulfilment of the correct. 

, y*«f*eiht of this letter. 

Please promptly acKnowledt, 

Hespeot fu - ly » 


T 

JCP 

HU 


4**1»*•it secretary. 



PRINTED HEADING. 




Denver, Colo., May 28,1904. 

Mr. Lee Ullery, 

Supt.Mint Building, 

Denver, Colorado. 

Dear Sir : - 

Your letter of May 27th asking for proposal to clean ceil¬ 
ing of first story corridor,I will clean the ceiling as proposed in 
your letter of the 27th without any expense to Government. 

Yours truly, 

(Signed) James A.McGonigle. 




* OTXn So. 168 . 


*o. 168 . 

the western union telegraph company. 

23.000 OFFirec lai INCORPORATED — . . . TUr n 



This is 


Sion or delivery of fTnZJ* repeating a message back to the sending station for comparison, and the Company will not hold itseir liable ror errors or delays 
‘essage is filed' with iw*. ated Me »*ag;e», beyond the amount of tolls paid thereon, nor Tu any case where the claim is not presented m writing within sixty day* 
^REPEA^O transmission. ‘ j 

“•msaoe, and is delivered by request of the sender, under the conditions named above. 

ROBERT C. CLOWRY, President and Cene ral Manager. _ 


RECEIVED at 

202 CH NB V 


M14 to 1118 17th St., Denver, Colo. 

21 Paid Govt, 


NEVER CLOSED. 


^hihg-ion, d.c, tta y 


Su P*. Const 


s air.pl 


n. Nflu Mint, 
Denver, C Q i c . 


/ i 

to O 


es of 


cable for lifts one two and three satisfactory 

J.K.Taylor Supervisong Architect. 
*123° p.rc. 













PRINTED HEADING. 


/X* 


Cheyenne,Wyoming, May 27th,1904. 


Mr.Lee Ullery, 

Superintendent New Mint, Denver, Colo. 

Sir 

We will furnish material and put in place 1/2" x 3/16" 
wrought iron rings in the spacesbetween the l/2" square bars of ele¬ 
vator grills,where people come in contact with same. Said rings to 
he secured with 1/8" wrought iron hivets let through the Grill bars 
countersunk and heads finished smooth,the finish of rings to rorres 
Pond with other finish of grill work in U.S.Public Building at Chey¬ 
enne,Wyoming, for the sum of Pour Hundred and Sixty seven dollars - 

$467.00. 

Respectfully, 

(Signed) Forster and Smith 

By Edward Smith surviving 
partner. 





PRINTT3D HEADING. 


Denver,Colo., 5/3l/l304. 


Mr .Lee Ullery, 

Supt. New Mint Bldg., 

Denver, Colorado. 

)6Hr Sir*.- 

I propose to furnish and set complete four vr.rble 

* suitable thickness an, dimensions to finisH the 4 -ble columns 

cost to the Soverment, the dimen- 

on second floor at no additional 

sions of said slabs to be p.s you di 

Yours truly, 


(Signed) James A.McGonigle, 



treasury department 



„«£Ptrmo.<luOTE upper initial, 
right hano corner 


Washington Uay 27 , 1904 . 


Superintendent of Construction, 

I 

Hew Hint, 

Denver, Colo. 

Sir: 

Please submit a report to this office on the condition 
of the vault work in the "building under your charge as embraced 
in the contract with the Diebold Safe & Lock Co., stating what 
materials have been delivered and whether you have knowledge of 
aay other materials being in transit. Also state whether satis¬ 
factory progress is being made in setting materials in place. 

Ihe office recognizes that work in connection with vault 
<3oors somewhat out of your line, and wishes to know whether 
consider that you can secure the installation of the same 
''accordance with the drawings and specifications, or whether 
?os Wll require the assistance of the Vault, Safe & loch Expert 
you ™ill need hie assistance, it would he preferred nor to 
'•i® to Denver until the work is nearing completion. 

Respectfully, 

* Acting supervising- Architect. 








iglVTO.HW KINT 



inclosure 375 TREASURY DEPARTME 



WASHINGTON May 26,1904 


. N replying, quote uppcr initial* 

RIGHT HAND CORNER- 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


There is inclosed herewith for your information and the 
ii-es ox your office, a copy of letter of even date approving 
varnish in connection with the contract of Mr. James A, 

McGonigle lor the completion of the building under your charge, 
'--le the approved sample of varnish bears the brand 
Treasury Department Architectural,” it is possible that 
“•aterial bearing a different brand will be delivered on the 
the Department has requested Pratt & Lambert to 
discontinue using brands and descriptions pointing to work 
ia Conn ection with buildings under the control of this Office, 

*} *p 

varnish is delivered bearing the brand "Public Build- 
l5£ Va * n ish,» it is to be considered as the sane brand of the 
Serial approved, and you are directed to forward samples 



as soon as 


possible, for identification 


Respectfully t 



Acting supervising Architect. 





I D»n:v'-n,iiir mikt 


;;ay z 


Ur, Jnnee A. McOoniylo, 

Tj eaverorortft, Kan a a o. 

Sir: 

X nave to eoKnorledge receipt of your letter of t,n« 4th 
lnnt- it and under ®epnrate cover naiiple of vamieh, "mdo by 
Pratt * Lnabort, eubmttteri in connection with your oomrnot 
Ter co inlotion of tho n-w Mint building at Denver , Colo¬ 
rado, rr.d you are alvioed teat varnish, h« represented v fruoh 
8'.v:olr, in a • proved for u e in the work, ft 1 too Superintendent 
has been no advised and directed to forward to this Office 
for identification* oarsplos taken from iftterial rtellve?*ed on 
*He site. 

The follow ins telograri was sent you on the 2f>th instant 
Lr> hereby confirmed: 

"Varnish iade by Pratt ** »*a toeart, auo?fitted May 

, • text r. 

Ttospaotfuliy, 

Xoti r, suporvl.wftns Aroiitoct. 



CIHCUI.IE 13TT2R 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


13c 

treasury department 

V. 

\ > 

Washington May 5 , 1904* 


Superintendents of Construction, 

U. S. Public Buildings, 

Under the control of the Supervisee Architect. 

Sirs: 

You are now advised that the ’’Tine Report of Contingent Force” 
to he submitted at the end of each month, is hereby discontinued, 
and in the future, you will note briefly on the semi-monthly re¬ 
port, which is to be forwarded at the end of each month , the number 
of days service rendered by you and the contingent force under T^our 
charge, the number of days absence, leave or sick, etc., and the 
amount of salary paid. Bo allusion to this feature need be incor¬ 
porated in the semi-monthly report which is to be transmitted on 
the 15th of each month. 

Respectfully, 

^'VjC, L 

<i , y SUpirvisir^^chitect. 

. S'' 











dekver mist,hot. 




TREASURY DEPARTMENT .jfy&J 


Washington June 1, 1904. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


(ENCLOSURE #1595) 
FORWARDING. 


The Superintendent of Construction, 


U.S. Mint Building, 


Denver, Colorado. 


Sir: 


There is enclosed herewith a copy of Office letter this 
day addressed to Mr. James A. McGonigle,and,under separate 
cover,the photograph of the cartouche therein referred to, 
which it is presumed shows the completed plaster ornament for 


the corner of ceiling to he supplied under the contract for 
the interior finish of the building for which you are the Su¬ 
perintendent of Construction. 

The execution of this model is apparently inferior to the 
model furnished by the Government,and you are directed to ex¬ 
amine same,and,should the work not be carried out in accord¬ 
ance with the model furnished by the Government,it should be 
rejected,and you will please notify the contractor accordingly. 


Respectfully, 


B. 






DE'. VER 


June 1, 1904 



Mr. James A. VcGonigle, 
U.S. Mint Building, 

Denver, Colorado 


Sir: 


In reply to your telegram of May 26th,relative to the 
plaster cartouche to he supplied under your contract for the 
interior finish of the new U.S. Mint Building at Denver,Colo¬ 
rado ,you are informed that the photograph referred to has this 
day been forwarded to the Superintendent of Construction for 
action,it being impossible to decide whether the v;oi k shown 
thereby is satisfactory or not,as,from the appearance wi the 
pho to graph, the work seems much more poorly executed than was 


Respectfully 



J M TJtYLOR. 

Supervising Architect. 


B. 






DRIVER. SW MXHT * / 

TREASURY DEPARTMENT 

WASHINGTON May 

(HRCPIVING.QUOTE UPPER INITIAL. 

RIGHT HAND CORNER 

superintendent of construction. 

New Mint Building, 

Denver, Colorado. 

Sir: 

This Office is in receipt of a letter, dated the .,7th 
instant, from the Acting Director of the ti* S» Mint, * 
in which he requests two additional coal holes in ceiling of 
coal storage vault, at the building unaer your charge, 
installed on a line with and about 18 feet nearer building 
than the two holes now in place, and you are directed to 
obtain a proposal for placing such coal holes and forward 
the proposal to this Office with your definite recommendation. 

Respectfully, 





IN REPLYING QUOTE UPPER INITIAL, 
RIGHT HANO CORNER. 


ILOSURE 1940. 
PORSTARim SXp. 


133 


TREASURY DEPARTMENT ,j 


WASHINGTON May 31 f 1904. 


The Superintendent of Conetraction, 
r 0. .J. Mint (New), 

7 

« Denver, Col. 

Sir: 

jj0r y° llr information find herewith copy of office let¬ 
ter of this date, addressed to The Mitchell Vance Company, con 
tre mors -or the installation of lighting fixtures in the 
building for tfiich you are Superintendent, advising them rela¬ 
tive to approval of certain samples, a set of which will he 
-orwarded to you by express, charges prepaid. 

Respectfully, 



;e ct. 


DsavsH aiHi (n ss ) . 


aOD 


forwarding sx". 


'lay 31. 1904. 


The Kit oh ell Vance Company, 

_ 10 th Ave., £4th and 26th Streets, 

JL 

Hew York City. 

Sire: 

Referring to your contract for the installation of It&it- 
in^' fixtures in the J* S. Hint ?I3ow), .Denver, CoX* t *-nd to your 
letter of the 27th instant, forwarding two additional Bets of 
certain samples, as requested in office letter of the ;;4th, you 
are advised that the following are approved: 


Wire, Roe. 14, IS, end 18, 3. « • • Conge, 

Insulating Ball Joint;^ 

UoAllen Insulating Joint; 

Edison Key Socket; 

Edison Key lees Socket;^ . whloh ^ 

Terminal Switch, except as to ‘ ^ 

must be in kamony with the reco of tne 

fixture 

sample near a,ltd. ir rejected, as it is construed 

for 126 v „it servi.cs, and should he for 250 volts. The sample 

(in triplicate! will he teturned to you, and you are rented 

to submit new samples, for 250 volt service. 

0„e set of the approved samples will he sent to you to- 

n similar set will be for- 
a,-, bv express, dholes prepaid, and a mimiM 

r:•* ■* - “ ii<us - 

Resp ectfully, 

(Signed! 1 J* 1V » ^ a ^upervieing .roiUot ct. 



OFFICE OF CUSTODIAL 

U.S.COURT HOUSE Sc PD^t on-nm-n 

" rj * FUST 0P7ICE BUILDING, 

Denver, Colo., May 25,1904. 

Supervising Architect, 

Treasury Department, Washington, D.C. 

Sir 


1 have the honor to report that the stone paving in rear court of 
thio building is in a very bad condition,being entirely worn away in 
some places and very rough in others,especially that portion passed 
over by mail wagons. It will be necessary to replace one half,or two 
thirds of the paving in order to put the court in good condition,and 
I respectfully recommend that the necessary steps be taken to make the 
repairs raentioned. 

Most respectfully, 

(Signed) H.L.Price, 

Custodian. 


T REAS U RY DEPARTMENT, 

Office of Supervising Architect, 

jespectfuUy referred to the Superintendent of 

enver, Colo., with request to P r0 P® r ®® p !°^®ded through the Custodian 
laired and that proposals he secured an( Thi naoer to be 

;f the building with recommendation for acceptance. This paper 

(Signed) J.K.Taylor, 

Supervising Arcnitect. 


NEW MINT BUILDING,^ Jun „ 3rd , 19 04. 

_ . ci»n At*vi sin^ Architect with the inf or- 

Respectfully returned to the Sup ® ^tinned wiU be prepared as 
mon that specification fir the wort, as directed. 

irly aa Possible and proposals obtained fir ^ wle » yf 

Superintendent• 


CIRCULAR LETTER. 

C. 0gkk 


MSB 


if 


!N RCPUYIMg to THI8 L&TTER Trtt 
INITIALS IN IIPRE* RISHT-HANO 
CORNER MUST B- «*rrtN«?*DTO 


Treasury Department, 

Office of the supervising architect. 
Washington, Jme ^ 


I3S 

s 

1904. 


The Superintendent of Construct 


ion, 


Sir: 

I have to direct that you will, on the last day of the present 
month, prepare and mail a letter addressed to this office, giving 
briefly but explicitly the following information: 

FIRST, The point of advancement in each branch of the 
mk at June 30th, 1904; and 

SECOND, A brief synopsis of the work accomplished in 
the period between June 30th, 1903, (date of last report) and 
June 30th, 1904. 


It should be noted that quantities are not desired, but the 
statement should be prepared in such manner as will convey readily 
the condition of the work, for use in connection with the prepara- 
tion of the annual report of operations on buildings under the con- 

1 l 

brol of this office under date of June 30th, 1904. 



Respectfully, 






r 



DSHYirtiHV* KIIY 



Inolorure 11x4 


• ■ /} 

treasury department 

WASHINGTON JtWG 6,1904 


Denver* Colorado. 

31r: 


Th.ro la InoloaM herarith. for your Infomation, a 

0057 D ^* rl:lant lot *~ «• «vn 4*t. .coopting tn. propoaai 
° f A - “ oa *"lCl. to claan oartala o.lllnga at th. 

>J1 ‘ ' W ' Ser V£mr C>,aree ' •««.. to th. oov.mn.nt, 

tU *“ #et forth ln ** 14 letter of aooaptano*. 

R.ej^tfUlly, 


> 


Hk 


A 





Dll’tPR.inw MINT 


COPY 

■f 


June 6 , 1904 

Mr. James A. McGonigie, 

New Mint Buftldinp-, 

? Denver, Colorado. 

'Sir: 

fj 


In view of the 

" and rQ Qomraendation contained 
1, l.tt« m 88 1 1904, from too s„p.r tol , nMt or 

MrtmeUon of the «* WMlng , t Ool „ ajo> 

yoxxr proposal, of the sane date, addressed to him, to clean 


certain ceilings in said frwndtn c and .give them one coat of 
copai varnish and one coat of water co|or, which will entirety 
cover the discolorations, without expense to the Government, 
is hereby accepted, a public exigency requiring the performance 
of the work in connection with your contract for the completion 
of the building. 

It is understood and agreed that this acceptance is not 


■o affect the time for the completion of the work as required 
V the terms of your contract; that the same tm.',hou. 

Uoe to any and all rights of the United States thereunder; 

MG without prejudice,also, to any and all rights 
tUted States against the sureties on the bond executed f«r 

e faithful fulfillment of t} }® * of this letter. 

Please promptly acknowledge^^ 


I 

JCP 


Assistant secretary. 


DENVER,TOT MINT 





TREASURY DEPARTMENT 


inclosure 1124 


WASHINGTON June 7,1904 


Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


New Mint Building 


There is inclosed herewith, for your information, a 
copy of Department letter of even date, accepting the proposal 
of Mr. James A. KcGonigle to furnish and set complete lour 
marble slabs to finish four columns on 2d floor of the build¬ 
ing under your charge, without expense to the Government, 
the size of the slabs to be as stated in Office letter to you 
of the 5th ultimo, all as set forte, in said letter of 
acceptance. 


Respectfully, 




\ 








i 'V'r:,ivw mi 


J't:l.; 7.19a . 


Ur. J‘T lf5 A. ncaontrrle, 

■v: i'iivh T^:Udine, 

He iV'-rr, r olo;- 

Sir: 

You dflnl, V-.to' 7 ?>,y ’M, 1904, ftfti**8»6d to tfc« 

Su : '"•i"-■ o" -^ >•/» r.ic 1.1 on • I ' • (i t tiding, 

De iv- ■?, Colorado, in 'T rv> by ted to rurnlpp n id cet 

tete, yjx (4) aurt>l« nla 1 table thlexneas to 

i finish fo\xr ( 4 ) warble eolurvi* an pa floor o*** t > 

it 0 x 3 :• to t/«te lov ct, a tin© wy recoil, ring 

the -.Torlt to toe lone in neon taction with your contract for. 

th; couplet toil o. the -it 1 .' in . 

I 1 It Is understood and agreed that this acceptance is 

" not to affect the time for the coaptation of the won* ns re- 

y ■ ot; 11 -■ ' ; n't-too-it 

prejudice to any and all rights of the Wntted Mates there- 

uni, : • ’ ■ ,u : 

the united States against the sureties on the bond executed 

tor the faithful fulfillment o'' the contr-'ot. 

Please promptly acknowledge receipt sf this l«tt ■ - 

copy of which will be sent to f 

ll y r 


Actinc BBcreirry. 



dehveh>kint. 


t 



OOOn IPHTlAi 

»*HT NAHO COUMI* 


TREASURY DEPARTMENT 


Washington June 7,1904. 



INCIjOSURE 1560. 

Superintendent of Construction, 

NeT7 Mint Building, 

Denver, Colorado. 


Sir: 

There is inclosed herewith, for your information and 
the files of your office, copy of Department letter of even 
date accepting the proposal of S. faith & Co. to substitute, 
without expense to the Government, the Rumeey centrifugal 
,v -r> in lieu of the Smith Valle pump in connection with 
thelr 5on traet for the Mechanical Equipment for the building 

in your charge. 

Respectfully, 



v. 





•mm, m. 



June 1, 3.004, 


Kmopr. R, }>Hh t Co., 

SMOT FennRyivsr.lft Averse, 

Philadelphia Pa, p 
«j*t 


Yo'vir proposal of the M Instant to ouhoUtuto,with~ 
out. «sp«nn« to the Oovarretmrt, the Itecewy MatrtfOffia w 
ii> «*: of the H .it); Valle step in eonneotion with your 
contract for the koohanical Equijy-ent for the tf* s. hint 
^ * Denver, Colorado, i» herebv accepted, it being under¬ 
stood that the pv^p substituted in to fill in an nurpeet« 
the epeelfloation requirements, a public exigency meeefti* 


tating such substitution# 


It if* under*,-teed aM agreed that thin acceptance io 
not to affeot the ti&e for the completion of the entire 
yrorl? hr required by the terra* of your contracts that the 
r,ny;#> i- without prejudice to any anti oil rfgtiV of the 

United Staten thereunder; and without prejudice, aim to 

a.iv *jw\ all right* of ihn United Staton against th*» <*ttr^ti 

on the bond executed for the faithful fulfilAsMWit of the contract. 

?Xi*n*c pnv -pt.vy nu 5 KfW 5 Wlod|po receipt of thi* latter a copy 
of . boon forwarded ti o Superintendent of Construction, 

Reepectfttlly# 


Acting Secretary. 

T* 

*.C.P. 


V. 




IN REPLYING,QUOTE UP.'ER INITIAL, 
RIGHT HAND CORNER. 




^CLOSURE 1-208 
FORWARDIIM. 



TREASURY DEPARTMENT 

Washington June 6, 19Oi. 


^he Superintendent of Construction, 
U. S. T-Tint (Hew), 

Denver, Col. 







For your information find herewith cory o^ office lei- 
ter of this date, addressed to The ’.litchell Fence Company, con¬ 
tractors for installation of lighting fixtures m the "b iildin 0 
for which you are Superintendent, advising them Ox approval ci 
pendant switch, sample of which will be sent to you to-day, un¬ 
der separate cover. 

Respectfully, 







deotsh vim itsm. 

mod 

\ 


June 6, 1904. 


FORWARDING (Kail). 


?he Kitohell Vance Company, 

836-338 Broadway, 

T> 

x 

Hew Yoifc City. 

Sirs: 

Referring to your contract for installation of light¬ 
ing fixtures in the 0. S. Mint (new), Denver, Col., receipt 
is acknowledged of your letter of the 2d instant, foiwarding 
fin triplicate) sample pendant switch, 250 volt, which has 
been approved. One switch will be forwarded to you to-day, 
under eeparete cover. 

Respectfully, 

(Signed) J.K.Taylor 

Supervising Architect. 


I CEE 


PRINTED HEADING. 



Washington, June 3rd,1904. 


The Supervising Architect, 

Treasury Department. 

Si r: - 

The following paragraph is quoted from a letter received from the 
Providence Engineering Works,contractors for engine plant,relating to 
conditions at U.S.Mint Building (New), Denver, Colorado;- "Referring 
to the work we are doing in connection with the power plant at the Den¬ 
ver Mint, we would respectfully request that the driveway,through which 
we must remove material excavated from the engine room,and through 
which we must also bring in the material for the construction of the 
foundations, be cleared of the material now placed there, so that, wag- 

onfc nay pass through, without obstruction# 

\ The material mentioned above is mostly rubbish; the result of 
cleaning up rooms on second story of building and throwing material in¬ 
to back drive-way. Teams can enter at west gate and turn around in 
d/iveway,leaving by same gate. Work is now in progress on ten ton 
scale,located at east gate, but scale is expected to be completed so 
far as driveway is concerned in about ten days from this date. 

Respectfully, 

(Signed) R.E.Preston, 

Acting Director of the Mint. 


F.E.H./ G.H. 



DENVER NEW MINT. 


)<4t 


treasury department 


WASHINGTON June 4, 1904. 


IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Enclosure 464. 


Superintendent of Construction, 
New Mint, 

Denver, Colorado. 


Sir: 


There is transmitted herewith letter addressed to the 
office, under date of the 3rd instant, by the Acting Director 
of the Mint, in relation to certain conditions at the build¬ 
ing under your charge, which it is claimed, have a tendency 
to delay the work of installing the Mint machinery. You are 
requested to require the contractor, responsible for the accu¬ 
mulated rubbish, to remove the same immediately, in order that 
8*ny cause for complaint may ho longer exist. 

You are requested to return the enclosure, and at the 
same time to advise the office whether all work under its con¬ 
tracts can be entirely completed before July 31st next; also 
whether the installation of any machinery to be used in the 
minting, will affect the completion of any branch of the work 
under the office contracts. You will also state, based upon 
the conditions, whether it is probable that the occupation of 
the building will be prolonged for any period beyond the time 
uhen the office contracts will be entirely completed, by rt.aw>on 
°f the non-installation of any minting machinery. 


jmvm HEW MUTT*, June 4, 1904. 


Supt. of Construction. 2. 


Your report is desired somewhat in detail, in order that 
the office may he fully informed of all the conditions, and 
he prepared to properly answer any couiplaint which may he lodged 

as to delay in the occupation of the building. 

Should it he your judgment,also, that the conditions under 
any of the office contracts are unsatisfactory in any partic¬ 
ular, with a tendency to delay the completion of the work in¬ 
volved, this feature should he treated in your report, and such 
suggestions and recommendations in regard thereto, submitted, 
the Government’s interests would seem to demand. 

Respectfully, 


as 





1 ^ 2 - 

TREASURY DEPARTMENT 


Inc lo 6'ire 1068. 


WASHINGTON June 9,190 



iRCRlYING.OUOTE UPPER INITIAL. 
RIGHT HAND CORNER 


Superintendent of Construction 
New Mint Building, 

Denver,c olorado• 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of the 9th instant, 
accepting- the proposal of James A.McGonigle, in amount eighty- 
six dollars and twenty cents ($86.20), to furnish and place two 
coal hole frames and covers over coal vault;and you are hereby 
authorized to certif 3 r and issue vouchers therefor,as an addition 
to his contract for the completion of the building in your charge 
as required by the terms thereof and the printed "Instructions 
to Superintendents”,payment of which vouchers the Disbursing 
Agent has been authorized to mahe from the appropriation for 
iint Building,Denver,Colorado. 



Respectfully, 



dXKvg **;* Him. 




t fun© 9,ii04. 


j«v. Jw.'W a, Mottonigi*, 


Sir: 


Oar<* of 8up*vint«m4*nt of (Jorntmiion, 
r| ** BttlMin£ # Donv4r # aolor(id04 


Xu n« of the statement at* rewmsandatlon oontalned in 
lot-s? oi the 2~th ultimo, from the Superintendent of construo- 
tlon of the now Mint »mdln*,Senver, Colorado, yew proposal, 

***•* *”' w S4tn nlttB0 * in »wunt •l«hty-el* dollars and twenty 
conts? (SSS.J50), is hereby a coop tod, a* ^ addition to your con¬ 
tract for tn* completion of the building, to furnish and place 
two ootl hole frame* and covers over coal vault, in sccordanoo 
with the terra of your proposal, md to the aatisfaction of 

the superintendent, a public exigency retiring the tesdiat* 
i { for^«ui0M3 of th** woyfc* 

It 1* understood am agreed that this aoceptanoe in not 

to affect the tire for the wapietton of the work aa required by 

tea tarn, of your contract;that the ware 1 * without prejudice to 

any and ail rights of the United states thereunder;«, d without 

prejudice,aiw©, to any and an rights of the United states against 

tv, eurotie* on the bond executed for the faithful fulfillment 
of tfe* contrast* 

tuo rooolpt of vnt* i*uor 
T* 

J -c.? 4 
4SJ? 


A^» .intent 


«*y - 


TREASURY DEPARTMENT 





Washington June 11, 1904, 


IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


11ICL0SUR3 1215. 

The Superintendent of Construction, 

U. S. Mint (Dew), 

Denver, Col. 

Sir: 

For your information find herewith c opy of office let-- 
ter of this date, addressed to The Mitchell Venae Company, con¬ 
tractors for installation of lighting fixtures in the building 
fo r which you are Supe rint endent of Construction, advising them 
of approval of sample of their art glass f/4-1 /2 for use in fix¬ 
ture of type 3, and also of certain requirements in relation to 
type A fixture. 







4 


D31TV3H LIIITT (IEW). 
UGD 


June 11, 19C4. 


The itch ell Vance Company, 

P 856-658 Broadway, 

New York City; 

Sirs: 



Referring to your contract for Installation of lighting 
fixtures in the U. £. hint (new', fencer, Col., receipt i£ ac¬ 
knowledged ox your letter of the 8th instant, submitting sample 
of art glass i4-l/2, for use in type 3 fixture, ana requesting 
certain information in regard to type A fixture. 

In reply yon are anviced that the sample referred to 
is approved for type 3 fixture. ..Iso, that the approved fix¬ 
ture drawings show the ball globe for type A fixture, which 
modifies the specified requirements in that particular. 

Copy of thiE letter will be sent to the Superintendent 
of Construction at the building. 

Respectfully, 


(Signed) J.K.Taylor 

Supervising Archi t eot . 









THC UNITE0 STATES MINT, PHILADELPHIA 
HEATING VENTILATING £ PLUMBING INSTALLED Br S PAITM A c<X 


(- J/v//// 

p-eflCE • ^ ^ 

2427-33 Pennsylvania Avenue. 

WofiKPMMPnyArwoeoro 


T " u ^ E o"^ PO s?;a.Vo IL .°;rr^ro H ' A 


- Denvft 


£,Colo., June 16, 4 . 


r 

i 



Mr.Lee Ullery, 

Superintendent, of Construction, Mint maiding, 

Denver, Colorado. 

Sir; - 

Replyin^ to your letter of the 3rd ultino requesting a dednc- 

tion for certain second-hand cast iron pipe,cesspools,etc*,which have 

h6ftn used in connection with our contract at the Hint Building, we have 

tc fltate that we find that 30 feet of fj" cast iron pipe has been used 
f ■» 

sleeves, and one €> n cleanout and two 3 n cesspools have been re-used, 
which we hereby agree to deduct the sun of TillRTY BOLTjARS(,$30. 00 ) 
the amount of out contract. 


Respectfully, 

5 . Ta'\ tin Co 















/vi' 


Denver, Colo, ,71m* 16 , 


Mr.Loo 11X3 ary, 

Supor?nt onoant of Constri>otAon, 

Mint ^niltUng, Denver, Colerado. 

Sir ;- 

^ftplyinr to yonr letter of t.h« «5rri ultimo. An r«fcranes to con¬ 
nections for thr eoononi z.sr Ansta ? 1 «<i At t.ho Minf BoiJfUn^ under our 
contract jwn >\h v « to stats wo wi3X placo suction hops and connections 
;e centrifugal pump for cleaning tho bottom of frosh water tank in 
lieu of making deduction for omitting to mk« connections so that o.itJt- 
er side of economizer <*un bo used ho specified| and connections have 
ko<m mtlo at eccnomizar so that it can be used as a whole for* either 
boating food rater or for heating house water for* the building,as re¬ 
quested . 



0 







In replying to this Letter the 

INITIALS IN UPPER RIGHT-HAND 
CORNER MUST SE REFERRED TO. 


Treasury Department, 1 l f-(o 


wt " vr ‘ciAnY l 

Washington. Jaae 13 . 19Q - 


Superintendent of Construction, 

_.Building, 

-Denver i _colorado. 

Sir: 

3y reason of certain • 

“ lnf0rHatlon has come to the fcnow- 

leige of this Department, yon are notified 

First: That it is contrary to the policy of this Department 

to permit any Superintendent of Construction to maintain an office 

Architect, or to advertise or hold himself out to the public 

“ “ ArChlteCt sollc:U ir,g Private work, and Superintendents must 
govern themselves accordingly. 

Second: You are directed to report to this Department in 

writing, without delay, what private practice of any nature oc 
e 8criptior. you may have charge of as Architect. 

Third: You are requested also to state whether you are en¬ 

gaged in a private capacity for income as representing building 
-ateriais or in any other direction of a related nature. 

Fourth: This communication must be replied to without delay. 

Respectfully, 





EENVSH 



INT (new) 


ENCLOSURE #815 


irt ntPi-^Na to THit Letter the 
initial® in upper riomt-hand 

CtfhIR MUST 8E REFERRED TO. 


Treasury Department, ^ / 

OFFICE OF THE SECRETARY, 

5 

Washington, June 15# 1904# ^ 


The Superintendent of Construction. 
Mint Building, (new), 
Denver, Colorado. 




Sir: 


Referring to the statements made in your letter of the 1st in¬ 
stant in regard to Mr.D.Goldstein refusing to. fulfill his agreement to 
purchase the old fence and flagging on the site of the building in 
your custody, Department letter of April 19th last ,is hereby modi¬ 
fied as far as it relates to these items, and in accordance with 
your recommendation in your letter above referred to you are now 

i 

authorized to accept the following proposals, they being the next 
beet bias you could obtain, the old materials to be removed at once 
fro. the premises, copies of the proposals are herewith enclosed. 


James Collier, 

old stone flagging, 

byman Lifshitz*s, 

fence around site, 


$ 125.00 


20.00 


Please secure payment of the purchase money before removal of 
th , materials and deposit the proceeds of the sale In the nearest 
BMW states Depository to the credit of the Treasurer of the United 

States on account of "Proposals for old fence and stone flagsrng.” 

u , + + with wr* Goldstein 1 6 proposal of 
The certified cheoh submitted with »♦ 

^ proceeds will be collected and 

^arch 30 , last , will be for* eit 3 * 

^Posited in the usual manner in such oases. 

Respectfully ? 





rfC(7cf~ 

Acting Secretar 







EXTRACT copy , 




PROPOSAL FOR OFFICE BUILDING AM) 
MINT EUILEING, DENVER 


OTHER PROPERTY AT THE 
* COLORADO. 


T T C 


Denver, Colo. » March 28 , 1904 . 

Superintendent of Construction, 

Mint Building, Denver, Colorado. 

Sir:- 


-hereby propose to pay for the U.S.property offered for 

sale, the following amounts 




x- 

Por fence enclosing site, 
Twenty dollars 

*- *- *- 

(Signature) ' 
Address , 


* *r 

($ 20 . 00 ) 

*- * **- 

Hyman Lifshitz, 

1336 Evans Ft. , 


Denver ,Colo. 




extract copy. 


PROPOSAL FOR OFFICE BUILDING AND OTHER ,PROPFRTY AT THE U.S. 

MINT BUILDING, DENVER, COLORADO. 

Denver, Colo., March 30 , 1904. 


Superintendent ofCConetruction, 

Mint Euilding, Denver, Colorado. 

Sir:- 

I hereby propose to pay for the U.S.property offered for sale, 
the following amounts:- 

*r * 

For stone flagging, ♦135.00 

*- * 

James Collier, 

% 

#83 So. Logan Ave. , 
Denver , Colo. 


Signature , 

/ 

Address 


Ifoxin No. 168 . _ )*% 

THE WESTERN UNION TELEG RAP H COMPANY. 

-INCORPORATED_ 

23,000 OFFICES IN AMERIC A. CAB LE SERVICE TO ALL THE WORLD. 

ErrorecaD^piwd^asainM onty^by repe^^ *? liabUity ' which havei been assented to by the sender of the following message, 

in transmission or delivery of Unrepeated Mehsairea hevr^H sendjn^ station for comparison, and the Company will not hold itself liable for errors or delays 

SSeie ,fll7S=rSS amount of tolls paid thereon, norSTany case where the^ain is not presented in writing within mxiy days 

This is aVUNREPKATED MESSAGE, and is delivered by request of the sender, under the sonditions named above. 

ROBERT C. CLOWRY, President and General Manager. 


RE9^JYF^ 3 o n ,, JL ,7th 8t -' 0enver * Oolo. 

26A.0B.M. 23 paid. Govt 


NEVER CLOSED. 


K* Washington DC June 14th~1904 

Supt Ullery 

New Mint Denver,Colo* / •/ / 

factors may be permitted to set boilers that have withstood 

hydrostatic test. 


J.K.Taylor.Supfcrvising Architect. 

843an 


Form No. 16... 


THE WESTERN UNION TELEGRAPH COMP ANT. 

- INCORPORATED- 

23,000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE WORLD. 


-__epe 

ter the message jis filed with^ the Company for transmission 


This is 


meesa*: 

is an IT! 


^REPEATED M 


the claim is not presented in writing within sixty days 
AQ£, and is delivered by request of the sender, under the •onditions named above 
ROBERT C. CLOWRY, President and General Manager. 


/ 


RECEIVED at 1114 to 1118 17 th St., Denver, Colo. 

28?.ch,2r.y. 28-paid. Govt. 

v 

Washington, DC,Juno, 16 
Superintendent New Mint Bldg, 

Denver, Colo. 

Consideration will be given to Proposal for Changing blow off 
, valves when forwarded with your recommendation 

C. B. Kemper Actg Supervising Architect 


NEVER CLO8E0. 


3o8-p 























DENVER, REV/ MINT* 

loriu lt»U. t 

K<1. S50 1901 l.OUu. 

ADVISING SUPERINTENDENT OF REMITTANCE OF FUNDS. 

treasury Ipqjavtramt, 

OFFIOE OF THE SUPERVISING ARCHITECT. 

Washington, D. C., June 16, 1904. 

Superintendent of Construction, 

Mint Building, Denver, Colorado. 

Sir: 

Your Estimate of Funds required during the month of 
June ----------- 1904 , for the work under your charge has been 

received, and you are advised that a remittance of $35,000.00, 
to the Disbursing Agent, has been requested. 

Respectfully, 





//^Acting Chief Executive Officer. 
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